> _ ~ RURAL ELECTRIFICATION ADMINISTRATION . 


CONSTRUCTION REPORT No. 239. JANUARY 23, 1939 
oa ia yet Bal wie ‘ 
This bulletin announces constructfon contracts aporoved and 


Lnvitations to bid between Decemser ¢ 38, 1938 and January 21, 1939: 


~ CONSTRUCTION CONTRACTS 
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A ete steams 


tion ite Vista, Colorado (W. I. Johnson, Supt., and C. C. Cox, Amarillo, Texas, 
E | 
G 


OLCHADO_ 14 ALAMOSA: ‘The San Luis Valley Rural Electric Corp., Inc., 


msineer) has awarded a contract to the C. EB. Atwater Construction Cow, 
srand Islend, Nebraska, for building another section of the project, con- 
sisting of 166 miles of line to serve 349 members. The successful bid was 
112 02 


687. GHONGIA 86 SEMINOLE: The Three-Notch Electric Membership Corp., Donalsonville, 
Georgia (C. Lamar Hatcher, Supt., and J. B. McCrary Engineering Corp., Atlanta, 
TH * \ . UY 
invineer) has awarded a contract to Roy Richards, Carrollton, Georgia, for 
building the ere dee et, consisting of 284 miles of line to serve 948 members. 
The Wsucecssful bid was $151,917. 


@ee. GHORGIA 86 TELFPAIN: Tho Little Ocmulgee Electric Membership Corp., Alamo, 
Georeia (J. Ww. Sianons, Jr., Supt., and J. B. McCrary Engineering Corp., 
Atlanta, Enzineer) has avarded a contract to L. M. Harvey, Pensacola, Florida, 
for building the entire project, consisting of 202 miles of line to serve 


ix 
530 members. The successful bid was $106,726. 


248. INDIANA 87 JAY: The Jaz Couritty Rural Electric Membershiv Corp., Portland, 
Indian . (John | Me Macle ‘tiny Supt., and Indiana Statewide REMC, Indianapolis, 
Thdvnser) has awerded a contract to the Andrews Asphalt Paving Company, 
Hamilton, Ohio, for builcing the second scotiom of the project, consisting 


of 632 miles of line to serve 580 members. ing syiccessful bid was $176,306. 


389. INDIANA 53 ST uEEN: Tho Stevben County Rural Electric Membership Corp., 
Angola, Indiana (Charles L. Puffer, Supt., and Indiana Statewide REMC, 
Indianapolis’, oe has awarded a contract to the Cater Construction Co., 
WarnesheCrty  iiesourt, for building the first ‘section’ of! the project, consist— 
ing of 2606 miles of line to serve 770 members. The successful bid was $198,191. 


mn 


235. INDIANA 59 WAYNUs The Wayne County REMC, Richmond, Indiana (Lester Snyder, 
Sunt. ,_ ‘and doamos C. Ashby, Indiana Statewide ROM, yen Sea OTE Enginecr) 
nas cwerded 6 contract to Harola Tharp, Fountain City, Indiana, for building 

a the toird Section of the project, consisting of 180 miles of line to serve 
570 mombers. The successful bid was $143,345. 


4 


210, EANSAS 15 BROWN? The hat tele ha Electric Gooperative Assn., Ine., Horton, 
Kansas (Bavord i. Dorssom, Supt», and Midwestern Enzeineocring Co., Omaha, Nebr., 
Eneineer) has WSs a ce to the Inland Construction Co., Omaha, Nebr., 
FOr Pull Cine anovaer section ?’o: the project, consisting of 125 miles of line 


+ 
7) to serve 194 members. The successful bid was $77,099. 
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Bor, KaNTUCKY 27 BOYLE! The Inter-County Rural Electric Coop. Corp.;, Danville, 
kentucky (J. V. Swaim Punta wend way W, Chanaberry, Inc., Louisville, Ky., 
Envinecer) kas meee a contract to the Codell Construction Co., Winchester, 
Dower or ©u1 Cine emetier section of the project, consisting of 145 miles of 
line to serve 616 members. The successful bid was BLil. 150. 
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390. KENTUCKY 30 SHELBY: The Shelby Rural Electric Cooperative Corp., Shelbyville, 
Kentucky (William C. Dale, Suvt., and Ray W. Chanaberry, Louisville, Engineer) 
has avarded a contract to the Henry Bickel Gomoany, Louisville, for building 
the second section of the project, consisting of 77 miles of line to serve 
239 members. The successful bid was $46,59 ¢ 


S91. MIGHIGAN 44 GRAND TRAVERSE: The Cherryland Electric Cooperative, Lake 
Leelanau, Michigan (N. B. Chesbro, Supt., and Southern Michigan Engineering 
Corv., Enzinecer) has awarded a contract to the Harris-McBurney Co., 

Jaekson, Michigan, for building the first section of the project, consisting 
of %02 miles of line to serve 960 members. The successful bid was $261,270. 


143, Nov J SRSEY 6 SUSSEX: The Sussex Rural Electric Cooperative, Sussex, N. J., 
(Lester V., bantz, Supt., and Clarke Miller, Engincer) has awarded & contract 


to Day andy Zimmorman, Inc.» Philadctlphia, Pas.,. for; building. another secaiom 
of the project, consisting of 20 miles. of line to serve 48 members. The 


successful bid was S20hL Os 
392, TEhxX.S 74 BuYLOR: The City a Scymour, Texas (Municipal Engineering and € 
tanence, Gos Daldasjedngin er) has averded a contract to the Walso Engineer- 
ingerad -Construction Gos’, ee Oklahoma, for building the entire project, 
consisting of 126 miles, of Line to serve 440 members. he successful bid 


393, VIRGINIA 35 MADISON: The Northcrn Piedmont Electric Cooperative, Madison, 

erent a; A. Joffrics, Supt., and Wendell Bruce Ray, Engincer) has 
contract tothe Rockingham Construction Go., Harrisonburg, Wace 
nev the first scction of the project, consisting of L4é’/imiles jor 
linc to serve 450 membors.. The successful bid was $128,713.. 


NVITaTIONS TO BID 


GEORGIA e2 COLQUITT: The Colquitt County Rural Electric Company, Moultrie, Ga. 
@) r 0. Owons, Manager, and E. P. McLean Engineering Co., Engineer) has invited 


bidetom the-construction. of 167 micLes of. Jane to sorve 537 members: .. Bids wale 
be openod January 25. 


TEXaS 83 FISHER: The Midvest Electric Coovcrative Association, Rotan, Toxas, 
(William G. raged Bt Waco, Texas, Engincer) has invited bids on the construction 
of alV7G miles: of Linow » Bids: will be. onmencd Fobrungy 1. Z € 


a 


& " - RURAL ELECTRIFICATION ADMINISTRATION 
CONSTRUCTION REPORT NO. 40. _ FEBRUARY 7, 1939 


This bulletin announces construction contracts approved and invitations 
to bid between January 24 and February 6, 1939: 


394, ALABAMA 25 BULLOCK: The Dixie Electric Membership Corp., Union Springs, 
Alabama (A. M. Redd, Suvt., and Gordon Persons, Rural Electrification Engineer, 
Montgomery, Alabama) has awarded a contract to the Gibson and Robinson Coe, 
Donalsonville, Ga., for building the first section of the project, consisting 
of 122 miles of line to serve 245 members, and one to the Way Construction 
Co., Valdosta, Georgia, for building the second section consisting of 216 
miles of line to serve 425 members. The successful bids totaled $178,655. 


253, COLORADO 17 FROWERS: The Southeast Colorado Power Association, Lamar, Colo. 
(Ey OP fach, Supt. , and Gy RB. Tickel,. Denver, COO. sis Engineer) has awarded 
a contract to the Driscoll Construction Co., Pueblo, Colorado, for building 
another section of the project, consisting of 270 miles of line to serve 778 
a members. The successful bid was $221,348. 3 


10. GEORGIA 8 WILKES: The Rayle Electric Association, Washington, Georgia  ~waye« 
(i, B..omitn, Suvt., and J. B. McCrary Engineering Corp., Atlanta, Engineer 
hes awarded a contract to Charles A.-Mayer, Atlanta, Georgia, for building 
the second section of the project, consisting of 23 milos* of “line "vo "serve 
705 members. The successful bid was. $149,504.- 


18, GEORGIA 42 TOOMBS: The Altamaha Electric Membership Corp., Lyons, Georgia 
(Gcorge Strader, Mer., and J. B. McCrary Engineering Corp., Atlanta, Engineer) 
has awarded a contract to the Alrich Electric Co., Augusta, Georgia, for 
building another section of the project, consisting of 184 miles of line to 
serve 566 members. The successful bid was CwlOe 75, 


19. GEORGIA 51 NEWTON: The Snapping Shoals Electric Membership Corp., Covington, 
Georgia (R. J. Griffin, Supt;, and J. B. McCrary Engineering Corp., Atlanta, 
iin gineer) has awarded a contract to the Alrich Construction Cowpens a, 
for building the second section of the project, consisting of 83 miles of 
line to serve 254 members. The successful bid wes Caria. 


127. GEORGIA 66 TAYLOR: The Taylor County Electric Membership Corp., Reynolds, 
7) Georgia (G. L. Cooper, Supt., and J.B. McCrary Engincering Corp., Atlanta, 
Engineer) has awarded a contract to Roy Richards, Carrollton, Georgia, for 
building another section of the project, consisting of 49% miles of line to 
serve 1,238 members. The successful bid was $254,625. 


531. GEORGIA 67 BACON: The Satilla Rural Electric Membership Corp., Alma, Georgia 
(Valene Bennett, «acting Supt., and M.. Long, Engineer) has awarded a 
= contract to Leo T. Barber, Moultrie, Georgia, for building the second section 
r of the vroject, consisting of 180 miles of line to serve 507 members. The 
successful bid was $91,100. 


wggpee.*° 
295, GEORGIA 69 WASHINGTON: The Washington County Elec.ric Membership Corp., 
Sandersville, Georgia (Stephen M. Cox, Supt., ond Sob S MeCrary “ingimecring 


Corp., Atlanta, Engincer) has awarded a contract to Charles A. Mayer, 
Atlanta, Georgia, for building the second section of the project, consisting 
of 250 miles of line ta serve 718 members. The successful bid was $120,899. 
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ILLINOIS 21 MENARD: The Menard County Electric Cooperative, Petersburg, 11.@ 
(A. EB. Becker, Supt., and Young and Stanley, Inc., Muscatine, Iowa, Engineer) 
has awarded a contract to the Cater Construction Co., Kansas City, Missouri 

for building another section of the project, consisting of 338 miles of line 

to serve 703 members. The suécessful bid was $248,800. 


INDIANA 11 WARREN: The Warren County Rural Electric Membership Corp., on 
Williamsport, Indiana (Lee Rhode, Supt., and Indiana Statewide REMC, Indiana @ 
polis, Engincer) has awarded a contract to the Miller-Baxter COep ct BGe, 
Indianapolis, for building the first section of the project, consisting of 

258 miles of line to serve 770 members. The successful bid was $214,734, 


INDIANA 88 KOSCIUSKO: ‘he Kosciusko County Rural Electric Membership Corp., 
Warsaw, Indiana (William A. Orr, Supt., and Indiana Statewide REMC,. Indiana~ 
polis, Engineer) has awarded a contract to the Contracting and Material Co., 
Evanston, Illinois, for building the first section of the project, consisting 
of 332 miles of line to serve 990 members. The successful bid was $246,285. 


IOWA 9 SCOTT: The Eastern Iowa Light and Power Cooperative, Davenport, Iowa, 

5. N. Jordan, Supt., and J. P. Hand, Engineer) has awarded a contract to the 
Midland Constructors, Inc., Chicago, Ill., for building another section of 
the project, consisting of 116 miles of line to serve 234 members. The € 
successful bid was $93,715. 


IOWA _49 HARDIN: The Hardin County Rural Blectric Cooperative, Iowa Falls, 
Iowa (Ben Jaspers, Supt., and K. R. Brown, Des Moines, Iowa, Engineer) has 
awarded a contract to the Midland Constructors, Inc., Chicago, ill., for 
building another section of the project, consisting of 51 miles of line to 
serve 102 members. The successful bid was $37,408. 


IOWA 53 LINN: ‘The Linn County Rural Electric Cooperative Ass'n, Marion, Iowa 
(Robert D. Palmer, Supt., and K. R. Brown, Des Moines, Iowa, Engineer) has 
awarded a contract to the Sandberg and Johnston Construction Co., Hampton, 
Towa, for building the first section of the project, consisting of 188 miles 
of line to serve 441 members. The successful bid was $157,999. 


LOWA 55 O'BRIEN: The 4'Brien County Rural Electric Cooperative, Frimghar, 
Iowa (Fréd H. Steuck, Supt., and Buell & Winter Bugineering Co., Engineer) 
has awarded a contract to the J. P. O'Neill, Inc., Faribault, Minnesota, for 
building the entire project, consisting of 285 miles of line to serve 583 
members. The successful bid was $212,998. 


KANSAS 15 DICKINSON: The D. S. & ® Rural Electric Cooperative Ass'n, Ine., é 
Solomon, Kansas (Fred B. Atkins, Supt., and E. T. Archer, Kansas City, Mo., 

and Simpson & Reed Engineering Co., Abilene, Kansas, Engineers) hes awarded 

a contract to Dwight Chapin, Jr., Hastings, Nebraska, for building another 
section of the project, consisting of 385 miles of line to serve 767 members, 
The successful bid was $270,869. . 


KENTUCKY 18 MEADE: The Meade County Rural Flectric Cooperative Corp., 
Brandenburg, Kentucky (M. T. Whitworth, Manager, and Ray Chanaberry, Louisville, 
Engineer) has awarded a eontract to the Henry Bickel Comoany, Louisville, 

for building the second section of the project, ‘consisting of 47 miles of 

line to serve 96 members. The successful bid was $32,652. 
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KENTUCKY 33 DAVIESS: The Green River Rural Electric Cooperative Corp., 
Owensboro, Kentucky (CO: T. ‘Smith, Supt., and Ray Chanaberry and fA pa 
Carpenter, Louisville, Engineers) has awarded a contract to the Miller- 
Baxter Company, Indianapolis, Indiana, for building another section of 
the project, consisting of 102 miles of line to serve 305 members. ‘The 


successful: bid was $75,144. 


KENTUCKY 38 FULTON: The Hickman-Fulton Counties Rural Electric Cooperative . 
Corp., Hickman, Kentucky (Robert Hosman, Supt-, and Thomas H. Allen, Memphis, 
Tennessee, Engineer) has awarded a contract to R. H. Bouligny, Inc, 
Charlotte, N. C., for building the first section of the project, consisting 
of 103 miles of line to serve 365 members. The successful bid was $66,110. 


KENTUCKY 34 BARREN: The Farmers Rural Electric Cooperative Corps, Inc., 
Glasgow, Kentucky (H. E. Gardner, Supt., and Ray W. Chanaberry, THiS, 
Louisville, Engineer) has awarded a contract to the Killoren Electric Co., 
Appleton, Wisconsin, for building the second section of the project, con- 
sisting of 201 miles of line to serve 582 members. The successful bid 
was $127,448. 


KENTUCKY 40 JESSAMINE: The Blue Grass Electric Cooperative Corp. s, 
Nicholasville, Kentucky (Phil R. Holloway, Supt., and R. W. Chanaberry, 
Louisville, Engineer) has awarded a contract to O. V. Arnett, Berea, Ky. 
for building the second section of the project, consisting of 90 miles of 
line to serve 257 members. . The successful bid was $62,988. 


LOUISIANA 9 LAFAYETTE: “The Southwest Louisiana Electric Membership Corp., 
Lafayette, Louisiana (H..B. Bowles, Supt., and William G. Morrison, Waco, 
Texas, and U. J. Gajon, Engineers) has awarded a contract to John Oman, Jr., 
Nashville, Tenn., for building another section.of this project, consisting 
of 133 miles of line to serve 209 members. The successful bid was CUA TTB. 


MARYLAND 4 ST. MARYS: The Southern Maryland Tri-County Cooperative Assn., 
Inc., La Plata, Maryland (James D. Cooke, Supt., and Forest Coakley, Engineer) 
has awarded a contract to the I. 1. Wells Co., Salisbury, Maryland, for 
building another section of the project, consisting of 26 miles 6f wine te 
serve 86 members. The successful bid was $19,646. 


MICHIGAN 28 PRESQUE ISLE: The Presque Isle County Electric Cooperative Assn, 
Posen, Michigan (Albert Hall, Supt-, and C. C. Noecker, Lansing, Engineer) 

has awarded a contract to the Cater Construction Co., Kansas City, Missouri, 
for building another section of the project, consisting of 133 miles of. Line 


to serve 423 members. The successful bid was $114,447. 


MICHIGAN 29 ONTONAGON: The Ontonagon County Rural Electrification Ass'n, 
Ontonagon, Michigan (Cyril M. Clark, Supt., and Toltz, King and Day, 

St. Paul, Minnesota, Engineer) has awarded a contract to the Langford 
Blectric Co., Minneapolis, Minnesota, for building the second section of 
the project, consisting of 232 miles of line to serve 600 members. The 
successful bid was $214,483. 


MICHIGAN 33 CHARLEVOIX: The Ton O'Michigan Rural Electric Co., Boyne City, 
Michigan (Thomas A. Colter, Supt., and Roy A. White, Grand Rapids, Mich., 
Engineer) has awarded a contract to the Monroe Electric Co., Chicago, Tae 
for building another section of -the project, consisting of 310 miles of 
line to serve 850 members. The successful bid was $234,496. 


313. MICHIGAN 40 ALLEGAN: The 0 and A Electric Cooperative, Newaygo, Michigan 
R. P. Iuse, Supt., and Baker-Hansen Engineering Corp., Gladstone, Mich., 
Engineer) has awarded a contract to the Donovan Construction CO acer Pinal, 


Minnesota, for building another section of the Droject, consisting jof 160 
Miles of line to serve 450 members. The successful bid was $124,878. 


“ 


400. MICHIGAN 42 MASON: The Western Michigan Electric Cooperative, Scottville, e 
Michigan (Frank C. Comstock, Supt.; and Charles DeLeuw & Co., Chicago, I11., 
inzineer) has awarded a contract to the Laird Construction Co., Battle Creek, 
Michigan, for building the entire project, consisting of 247 miles of line 
to serve 908 members. The successful bid was $171,869. 


135. MINNESOTA 48 ANOKA: The Anoka County Cooperative Light and Power Association, 
Anoka, Minnesota (George L. Morris, Supt., and Bannister Engineering Co., 
St. Patil.,; and H. S$. Bliss, Brainerd, Minn., Engineers) has awarded a contract 
TOnki nWe Wybies, Lnosa,.Sts Paul, Minnesota, for building another section of 
the project, consisting of 184 miles of line to serve 390 members. The 
successful bid was $138,921. 


401. MINNESOTA 73 PIPESTONE: ‘The Southwestern Minnesota Cooperative Blectric: o 
Association, Pipestone, Minnesota (Leroy C. Sabie, Supt., and Ellerbe an 
Company, Engineer) has awarded a contract to BE. W. Wylie, Inc., St. Paul, 
for building the first section of the project, consisting of 124 miles of 
line to serve 220 members. The successful bid was $90, 304. 


ell. MISSISSIPPI 22 LEAKE: ‘The Central Electric Power Association, Carthage, 
Miss. (E. 1, Thames, Supt., and A, R. Lewis, Jackson, Miss., and Francis 
and Haley, Birmingham, Alabama, Engineers) has awarded a contract to the 
Delta Construction Co., Clarksdale, Miss.,. for building the second section 
of the project, consisting of 275 miles of line to serve 700 members. The 
Successful bid was $146,962. 


271 MISSUSSI PPI» 23. COPPAB: Huthe Sduthwes+ Mississippi Electric Power Association, 
+Loriiany? Misses. (7.255 Drane, 7 Supt. and As R, Lewis, Jackson, Miss., and 
4A. L. Stegner, Engineers) has awarded a contract to Sullivan, Long and 
Haggerty, Bessemer, Alabama, for building another section of the project, 
consisting of 59 miles of line to serve 125 members. The successful bid 
was $35,836. 


$51. MISSISSIPPI 31 WASHINGTON: The Twin County Electric Power Association, 
Hollandale, Mississippi (H. G. Woodruff, Supt., and E. A. Bowman, Jackson, wo 
Engincer) has awarded a contract to W. L. Coston ari Sons, Bessemer, Ade, 
for building another section of the project, cercsitiirg of 238 mites or tine 
to serve 800 members. The successful bid wes $wi’7, 929. 


402. MISSISSIPPI 36 MARION: ‘The Pearl River Valley Yluctrie Power Association, 
Columbia, Mississippi (C. M, Crews, Supt., and #rauncis & Faley, Birmingham, 
Alabama, Engineer) has awarded a contract to the Stuart C. Irby Co., ~ > 
Jackson, Miss., for building the first section of the project, consisting ot “@ 


180 miles of line to serve 625 members. The successful bid was $91,676. 


403, MISSISSIPPI 38 WARREN: ‘The Capital Electric Power Association, Jackson, 
Miss. (W. 0. Aldridge, Supt., and Dan G. Pepper, Jackson, Engincer) has 
awarded a contract to John Oman, Jr., Nashville, Tennessee, for building 
the entire project, consisting of 224 miles of line to serve 575 members, 
The successful bid was $128,157. 
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MISSISSIPPI 40 SMITH: The Southern Pine Electric Power Association, 
Taylorsville, Miss. (Marion W. Schwartz, Supt.-Engineer) has awarded a 
contract to. the Be & M. Construction Co., Oklahoma City, Oklahoma, for 
pbuilding another section of the project, consisting oii BS miles of line 
to serve 469 members. The successful bid was $10 420s. 


MISSOURI 24 CALLAWAY: The Callaway County Hlectrical Conperative Ass'n, 
Fulton, Missouri (Raymond A. Walker, Mgr., and Capital Engineering Co., 
Jefferson City, Mo., Engineer) has awarded a contract to the Dutton Electric 
Co., Milwaukee, Wisconsin, for building the second section of the project, 
consisting of 56 miles of line to serve 126 members. The successful bid 
was $36,452. 


MISSOURI 32 ATCHISON: The Atchison-Holt Electric Cooperative, Rockport, 
Missouri (3. SeiGibbs,> Supt.) and Hic. Henningson, Omaha, Nebraska, Enginecr) 
has awarded a contract to the Schneider Electric Works, Omaha, Nebraska, 

for building the first section of the project, consisting of 209 miles of 
line to serve 389 members. The successful bid was $151,231. 


NEW MEXICO 9 CURRY: ‘he Farmers Electric Membership Corp., Clovis, New Mexico, 
(Oliver W. Kimbrough, Supt., and Garl C. Cox, Amarillo, Texas, Engineer) 

has awarded 2 contract to the Reinhart & Doneven Co., Oklahoma City, Okla. 

for building another section of the prnject, consisting of 117 miles of 


-line to serve 277 members. The successful bid was $63,400. 


NORTH CAROLINA 25 RUTHERFORD: The Rutherford Rural Blectric Mutual Ass'n, 
Inc., Forest City, N. C., (D. D. Crow, Supt., and Harwood Beebe Co., 
Spartanburg, §S. C., and B. O. Van Nort, Port Deposit, Maryland, Engineers) 
has awarded a contract to the Little Electric Co., Union, South Carolina, 
for building enother section of the project, consisting of Glimiles of line 
to serve 250 members. The successful did was $53,964. 


NORTH CAROLINA 31 HALIFAX: The Roanoke Electric Membership Corp.-, Halifax, 
Nap Cvie- Ghle Conenran, Engineer) has awarded a contract to the Little 
Construction Co., Union, South Carnlina, for building the entire project, 
consisting of 62 miles of line tn serve 292 members. The successful bid 
was $52,787. 


OHIO 29 PIKE: The Inter-County Rural Electric Converative, Inc., Hillsboro, 
Ohio (Victor Miller, Supt., and Ohio Farm Bureau Rural Elec. Corp-, Columbus, 
Engincer) has awarded a contract to the Superior Construction and Enginecring 
Co., Youngstown, Ohio, for building the second section of the project, con 


‘-gisting of 252 miles of line to serve "00 members. The successful bid was 


$186,258. 


OHIO 32 BELMONT: The Belmont Blectric Cooperative, Inc., St. Clairsville, 
Ohio (Harry McAllister, Supt-, and Gibbs & Hill, New York City, Enzineer) 
has awarded a contract to Day and Zimmerman, Inc., Philadelphia, Pa., for 
building another section of the project, consisting of 173 miles of line to 
serve 670 mombers. The successful bid was $141,539. 


OHIO 41 LICKING: The Licking Rural Electrification, Inc., Newark, Ohio 

(CG. D. Dunlap, Supt., and Putnam and Woolpert, Engineer) has awarded a 
enntract to the ©. Ks Henry Electric Co., Cuyahoga Falls, Ohio, for building 
another section of the project, consisting of 258 miles of linetoxsserve 

698 members. The successful bid was $191,995. 


A ane: ue a 
144, OHIO 42 DARKE: The Darke Rural Hlectric Cooperative; Inc., Greenville, 
Ohio (Rollin Miller, Supt., and Ohio Farm Bureau RE Conperative, Columbus, 
Ohio, Engineer) has awarded a contract to the Miller-Baxter Company, 
Indianapolis, Indiana, for building the second section of the project, con= 
sisting of 212 miles of line tn serve 534 members. The successful bid © 
was $148,364. : } 


145. OHIO 55 COSHOCTON: The Tuscarawas-Coshocton Electric Cooperative, Inc., 
Coshocton, Ohio (Lewis Buehler, Suvt., and Ohio Farm Bureau RE Conperative, 
Columbus, Engineer) has awarded a contract to Edward 7. Jacobs, Coshocton, 
for building another sectinn of the project, consisting of 288 miles of line 
to serve 930 members. The successful bid was $210,060. 


327. OHIO 83 HURON: ‘The Firelands Electric Cooperative, Inc., North Fairfield, 
Ohio (M. J. Wilhelm, Supt., and Southern Michigan Engineering Corp., Lansing, 
Michigan, and Dayton Morgan Engineering Co., Engincers) has awarded a con- 
tract to the Bigley Electric Co., Findlay, Ohio, for building another section 
of the project, consisting of 140 miles of line to serve 325 members. ‘The 
successful bid was $95,821. @ 


406. OHIO 85 HARDIN: The United Rural Electric Cooperative, Kenton, Ohio 
W. 20. Ewing, Supt. ; and TecB. Brown, Engineer) has awarded a contract to 
the Bigley Electric Co., Findlay, Ohio, for building the first section of 
the project, consisting of 309 miles of line tn serve 1,000 members. The 
successful bid was $226,100. 


407. OHIO 87 WOOD: The Hancock-Wond Blectric Cooperative, Inc., North Baltimore, 
Chic Lov", Doyle, Supt., and Gibbs and Hill, New York City, Engineer) has 
awarded a contract to the Davis Hydaker Cos®, Lima, Ohin, for building the 
first and second sections of the project, consisting of 501 miles of line 
to serve 1,350 members. The successful bid was $319,666. 


78. PENNSYLVANIA 12 SULLIVAN: The Sullivan County Rural Electric Cooperative 
Ass'n, Forksville, Pennsylvania (Francis Marquardt, Sunt., and Gibbs and 
Hill, New York City, Engineer) has awarded a contract to the Sordoni 
Construction Co., Forty Fort, Pennsylvania, for building another section 
of the .project, consisting of 27 miles of line to serve 59 members. The 
successful bid was $18,720. 


80. PENNSYLVANIA 15 BRADFORD: The Claverack Electric Conperative, Inc., Towanda, 
Fane, Wii Jakway, Manager, and Gibbs & Hill, New York City, Engineer) has 
awarded a contract to the Sordoni Constructicn Co., Forty Fort, Pennsylvania, 
for building another section of the project, ennsisting of 2if mites of bine 
to serve 720 members. The successful bid was $181,215. 


82. SOUTH CAROLINA 13 GREENWOOD: Greenwood County, Greenwood, South Carolina 
(EB. Lowden Brooks, County Supervisor, and D. 7. Duncan, Enzineer) has a 
awarded a contract to J. B. Britton, Sumter, South Carolina, for building ‘oe 
another section of the project, consisting of 85 miles of line to serve = 
440 members. The successful bid was $52,512. 


243. TEXAS 23 McCULLOCH: The McCulloch County Electric Cooperative, Inc., Brady, 
Texas (Will Kennerly, Supt., and William G. Morrison, Waco, Texas, Engineer) 
has awarded a contract to the 0. 0. Fuller Construction Cn., Nevada, Mo. 
for building the second section of the project, consisting of 248 miles of 
line to serve 360 members. The successful bid was HS o eh on 
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094. TEXAS 30 UPSHUR: The Upshur Rural Electric Cooperative Corp., Gilmer, Texas, 
(Samucl Scales, Supt., and Freese & Nichols, Fer Worth, Engineer) has awarded 
a contract to the 0. 0. Fuller Construction Co., Nevada, Missouri, for 
building the third section of the project, consisting of 65 miles of line 
to serve 200 members. The successful bid was $38,494. 


295. TEXAS 40 BOWIE: ‘The Bowie-Cass Electric Conperative, Inc., Douglassville, 
Texas (Willian L. Hubbard, Supt., and William G. Morrison, Waco, Texas and 
J. A. Gober, Engineers) has awarded a contract to P. E.Workman, Dallas, 
Texas, for building the second sectinn of the project, consisting of 
117 miles of line to serve 260 members. The successful bid was $63,070. 


110. TEXAS 41 PANOLA: The Panola-Harrison Electric Conperative, Inc., Elysian 
Fields, Texas (Tt. &, Stephenson, Supt., and William G. Morrison, Waco, Texas, 
Enzineer) has awarded a contract to the Ricker Construction Co., Houston, 
Texas, for buildins another section of the project, consisting of 51 miles 
eof line to serve 125 members. The successful bid was $31,726. 


@i74. TEXAS 45 LIMESTONE: The Limestone County Electric Cooperative, Inc., Mart, 
Texas (Raymond L, Perdue, Supt., and William G. Morrison, Waco, Texas, and 
R. S, Weber, Enzineers) has awarded a contract to J. E. Morgan & Sons, 

El Paso, Texas, for buildin* another section of the project, consistinz of 

215 miles of line to serve 540 members. The successful bid was $118,413. 


296. TEXAS 48 HIDALGO: The Magic Valley Electric Cenperative, Inc., Mercedes, 

- Texas (Joseph H. Levermann, Supt., and William G. Morrison, Waco, Texas, 
and J. E. Wilder, Enzineers) has avarded a contract to the Reinhart and 
Donovan Company, Oklahoma City, Oklahoma, for buildings the second section 
of the praject, consistinz of 305 miles of line to serve 700 members. ‘The 
successful bid was $164,740. 


267. TEXAS 52 FANNIN; The Fannin County Electric Cooperative, Inc., Bonham, 
Texas (J. B. Richey; Supt., and William'G. Morrison, Waco, Texas, En zineer) 
has awarded a contract to P. E. Workman, Dallas, for building another sectioh 
of the project, consisting of 128 miles of line to serve 300 members. The 
successful bid was $70,811. 


279. TEXAS 53 McLENNAN: The McLennan County Electric Cooperative, Inc., McGre,or, 
Texas (Raymond Hampel, Supt., and William G. Morrison, Waco, Texas, and 

eo R. S. Weber, Engineers) has awarded a contract to the Eugene Ashe Hlectric 

4 Co., Fort Worth, for buildins another section of the project, consisting of 
260 miles of line to serve 540 members. The successful bid was $129,458. 

311. TSXAS 54 WOOD: The Word County Electric Cooperative, Inc., Quitman, Texas 

1“ & Supt., and William G. Morrison, Waco, Texas, Engineer) has 

awarded a contract to H. J. Hall and Co., Dallas, Texas, for building the 

second sectinn of the project, consisting of 233 miles of line to serve 570 

members. The successful bid was $124,428. 


408. TEXAS 55 FLOYD: The Floyd County Rural Blectric Cooperative, Inc., Ploydada, 
Texas (L. W. Chapman, Supt., and Carl ©. Cox, Enzineer) has awarded @& con- 
tract to H. J. Hall & Co., Dallas, for building the entire project, consist+- 
inz of 169 miles of line to serve 349 members. The successful bid was 
$150,798. | 
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‘TEXAS 56 LUBBOCK: ‘The South Plains Electric Cooperative, Inc., Iubbock, 


ee i . e 


Texas (Charles C. Fagg, Supt., and Freese and Nichols and H. N. Roberts, 
Enzineers) has awarded-a contract to J. E. Morgan and Sons, Hl Paso, Texas 
for building the second section of the project, consisting of 180 miles of 
line to serve 450 members. The successful bid was $113,864. 


TEXAS 59 LAMB: The Lamb County Electric Cooperative, Inc., Littlefield, ex. 
Texas’ (0. K. Wordall, Supt....and,H..Ns Roberts, Lubbock, Texas, Enzineer) 

has awarded a contract to the Reinhart and Donovan Co., Oklahoma City, 
Oklahoma, for building the entire project, consisting of 176 miles ofg line 

to serve 520 members. The successful bid was $108,027. 


TEXAS 61 COLEMAN: The Coleman County Electric Cooperative, Inc., Coleman, 
Texas (S.-R. Hale, Supt., and William G. Mnrrison, Waco, Texas, and 
Clifford. Thomvoson, Engineers) has awarded a enntract to H. J. Hall and 
Company, Dellas, Texas, for building the second section of the, proJece, 
consisting of 185 miles of line to serve 300 menbers. The successful bid 
was $100,024. . 


TEXAS 64 SAN AUGUSTINE: The Deep East Texas Electric Cooperative, Inc., « 
San Auzustine, Texas (D. N. Beasley, Supt., and William G. Morrison, Ylaco, 
Texas, Enzincer) has awarded a contract to R. W. McKinney, Nacogdoches, 

Texas, for building the second section of the project, consisting of 257 
miles of line to serve 700 members. The successful bid was $158,003. 


TEXAS 65 RUSK: The Rusk County Electric Cooperative, Inc., Henderson, Texas 
(E.L. Hizhtower, Supt., and William G. Morrison, Waco, Texas, Enzineer) 

has awarded a contract to the Ainesworth Construction Co., Dallas, Texas, 
for building the second section of the project, consisting of 152 miles of 
line to serve 400 members. The successful bid was $83,846. 


TEXAS 70 HAMILTON: The Hamilton County Electric Cooperative Ass'n, Hamilton, 
Texas (V. A. Rogers, Supt., and William G. Morrison, Waco, Texas, and 

Rees Willard, Enzineers) has approved contracts for building the first and 
second sections of the project. Section 1, consisting of 193 miles of 

line to serve 300 members, was awarded to the 0. O. Fuller, Nevada, Missouri. 
The successful bid was $99,520.27. Section, 2s. consisting, of» lve miles of 
line to serve 370 members, was awarded to J. E. Morgan & Sons, Waco, Texas. 
The successful bid was $113,470.56. 


TEXAS 72 LAMAR: The Lamar County Electric Cooperative Ass'n, Paris, Texas, 
(Ural L. Darling, Supt., and William G. Morrison, Waco, Tomas,and P. 1G, Huli- 
Enzineers) has awarded a contract to H. J. Hall & Co., Dallas,, Texasy. for 
building the .2nd section of the project. The successful bid was $95,477. 
A contract was also awarded to the Reinhart and Donovan Company, Oklahoma 
City; Oklahoma, for building the first section of the project. “he 
successful bid was $91,437. 


TEXAS 77 JOHNSON: The Johnson County Electric Conperative Association, 
Cleburne, Texas (T. W. Bailey, Supt., and William G. Morrison, Waco, Texas, 


‘Enzineer) has awarded contracts on the first and second sections of the 


project. Section 1, consisting of 188 miles of line tn serve 418 members, 
was awarded to the Walco Enzgincering and Construction Co., Tulsa, Oklahoma. 
The successful bid was $102,599. The second section, consisting of 180 
miles of line to serve 305 members, was awarded to Humphreys and Thompson, 
Oklahoma City, Oklahoma. The successful bid was $93,971. 
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315, VIRGINIA 29 NELSON: The Central Virginia Electric Cooperative, Lovingston, 
Virginia (Lewis A. Bress, Supt., aAndeGs ll, Hanssy, Enzineer) has awarded 
a contract to the Haynes Construction Co., Chathan, Virginia, for building 
the third section of the project, consisting of 120 milos Of Line to Sorve 
408 nembers. The successful bid. was $73,523. 


415. VIRGINIA 20 BATH: ‘The B.A.R.C, Electric Cooperative, Millboro, Virginia 
(M.°R. Seabrooke, Supt., And osu. Clarkeon, Enzincer) has awordet a contract 
t6 the Perkxins-Barnes Construction Oo., Blackstone, Virginia, for building 
the first section of the project, consisting of 162 miles or Line torserve 
525 members. The successful bid was Bio BA0. 


33%, VIRGINIA 31 MECKLENBURG: he Mecklenburg Electric Cnnperative, Boydton, 
Virginia ly Soevsnith, supt.’, and Herbert J. Baer, Enzineer) has awarded a 
contract to the Virginia-Garolina Electric Werks, Norfolk, Virginia, for 
building another section of the project, consisting of 198 miles of line to 
serve 527 members. The successful bia was $136,522. 


281. WASHINGTON 8 BENTON: The Benton Rural Electric Association, Prosser, 
Washington (John B. Whitehead, Manazer-Lineman, and R. E. Towne, Tacoma, 
Enzineer) has awarded a contract to Electric Smith, Spokane, Washington, for 
building the second section of the project, consisting sf 50 miles of ine 
to serve 110 members. The successful bid was $35,650. 


151. WISCONSIN 14 OCONTO: The Oconto Hlectric Crnperative, Gillett, Wisconsin 
(E. G. Redman, Supt., and Wisconsin Development Authority, Madison, Enzineer) 
has awarded a contract to L. G. Arnold, Inc., Eau Claire, Wisconsin, tor 
building another section of the project, consisting nf 99 miles of Line to 


serye 300 members. The successful bid was $72,729. 


416. WISCONSIN 54 POLK-BURNETT: The Polk-Burnett Electric Cooperative, Balsam 
Lake, Wisconsin (Wayne F. Kelly, Supt., and Wisconsin Development Authority, 
Madison, Enzineer) has awarded a contract to L. A. Bumgardner & O0o., 

St. Paul, Minnesota, for building the first soction of the project, consis t— 
inz of 180 miles of line to serve 530 members. The successful bid was 
$136,599. 

INVITATIONS TO BID 


GEORGIA 34 CARROLL: The Carroll Electric Membership Corp., Carrollton, Georgia 
(Erte taroin, Jr-, Supt; and J. B. McCrary Enz. Corp., Atlanta, Enzineer) has 
invited bids on the construction of the third section of the project, consisting of 
125 miles of line. Bids were opened February 7. 


GEORGIA 68 GRADY: The Grady County Electric Membership Corp., Cairo, Georgia, 

(N. W. Stanfill, Supt., and 4. P. Mclean, Moultrie, Ga., Engineer) has invited bids 
on the construction of the third section of the project, consisting of 117 miles et 
line. Bids will be opened February 17. 


GEORGIA 90 CANDLER: he Excelsior Electric Membership Corp., Metter, Ga., (Cleo E. 
Miles, Supt., and J. B. McCrary Ens. Corp., Atlanta, Ga., Encineer) has invited bids 
on the construction of the second sectinn of the project, consisting of 167 miles 

of linc. Bids will be opened February 14. 


NEW MEXICO 8 ROOSEVELT: The Ronsevelt County Flectric Membership Corp., Inc., 
Portales, New Mexico (Gayle P. Easley, Supt., and U.. Ts Archer & Coo, Kensas City, 
Mo., Engineer) has invited bids on the construction of 111 miles of line. Bice 
will be opened February 15. 

WASHINGTON 27 LEWIS} The Public Utility District Noe. 1,, Chehalis, Washington, 
(Carl A. Miller, Supt., and Baar & Cunninzham, Portland, Oregon, Enzineer) has 
invited bids on the accessories for a zencratinz statin. Bids will open Feb. 20. 


RURAL ELECTRIFIGATION ADMINISTRATION 


» CONSTRUQTION REPORT NO, 41. a FEBRUARY 28, 1939 


7 


, 


13. 


t 


' This bulletin announces construction contracts approved and invitations 
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CONSTRUCTION CONTRACTS 


ALABAMA 26 BARBOUR: The Pea River Electric Membership Corp., Clayton, 

Alabama (Arthur B. Robertson, Supt., and Gordon Persons, Montgomery, Alabama, — 
Engineer) has awarded a contract to Harvey & Quina, Pensacola, Florida, for 
building the first section of the project, consisting of 194 miles of line 

te serve 385 members. ‘The successful bid was $102,998. 


ALABAMA 27 CONECUH: The Southern Pine Electric Membership Corp., Brewton, 
Alabama (Joseph T. Larkins, Sunt., and Gordon Persons, Montgomery, Alabama, 
Enzineer) has awarded a contract to Harvey & Quina, Pensacola, Florida, for 
building the entire project, consisting of 274 miles of line to serve 600 
members. The successful bid wos $135,761. . 


ARKANSAS 24 WASHINGTON: The Ozark Rural Electric Cooperative Oorp., 
Fayetteville, Arkansas (EZ. H, Looney, Supt., and William G. Morrison, Waco, 


Texas, Engineer) has awarded a contract to Fritz Ziebarth, Long Beach, 


California, for building the first section of the project, consisting of 

291 miles of line to serve 700 members. The successful bid was $188,274. 
GEORGIA 20 TROUP: The Troup County Rural Electrification OCorp., LaGrange, 
Georgia (F. M. Freeman, Supt., and J. B, McCrary Engineering Corp., A tentas’ 
Erigineer) has awarded a contract to the Universal Electric Construction Co., 
Guntersville, Alabama, for building another section of the project, consist- 


ing of 152 miles of line to serve 400 members. The successful bid was 


$90,672. 


GHORGIA 37 DOUGLAS: The Douglas County Electric Membership Corp., Douglas~ 
ville, Georgia (J. H. Abercrombie, Supt., and J. 38. McCrary Engineering Corp., 
Aflanta, Sngineer) has awarded a contract to the Dixie Blectric Cony Atlanta, 
Paresurleine “another section of the project, consisting of LPP nites oF ine 
td serve 625 mombers. The successful bid was $95,266. 


GEORGIA 77 FORSYUH: The Forsyth County Rural Electric Association, Cumming, 
Georgiz. (Lewis 1. Ledbetter, Supt., and J. B. McCrary Engineering Corp., 
aAglants, Sieineer) has awarded a contract to the Alrich Electric Construction 
Cgé., Augusta, Georgia, for building the first section of the project, con- 
eieting of 155 miles of line to serve 566 members. The successful bid was 
$98 573. 


GEORGIA 78 HABERSHAM: The Habersham Electric Membership Corp., Clarkesville, 
Georgia (EB. A. Lunceford, Supt., and J. B. McCrary Engineering Corp., Atlanta, 
Engincer) has awarded a contract to Gibson Brothers, Enterprise, Alabama, for 
bibilding the entire project, consisting of 185 miles of line to serve 574 
members. The successful bid was $111,970. 


GEORGIA 83 JACKSON: The Jackson Electric Membership Corp., Jefferson, 
Georgia (R. J. Kelly, Supt., and Jd. B. McCrary Engineering Corp., Atlanta, 
Engineer) has awarded a contract to W, A. Mathis, Athens, Georgia, for 
building the second section of the project, consisting of 220 miles of line 
ts serve 1,157 members. The successful bid was $143,309. 
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#22, GEORGIA 87 TATTNALL: The Cancochee Electric Membership Corp., Reidsville, 
Georgia (Homer N. Daniel, Supt., and J. B. McCrary Engineering Corp., Atlanta, 
Enzinecr) has awarded a contract to the Adamson-Brewton. Company, Claxton, 
Georgia, for building the project, consisting of 269 miles of line to serve 
619 members. The successful bid was $131,029. -+ 
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423. ILLINOIS 38 McLHAN: The Corn Belt Electric Conperative, Inc., Bloomington, © 
Idtinois,.ct..H, Hafer, Supt., and Michacl Drazen, Enginecr) has awarded a 
contract to McCree and Company, St. Paul, Minnesota, for building .the first 
section of the project, consisting of 313 milos of line tn serve 680 members.: 

The successful bid was $204,975. : 


424, INDIANA 44 ALLEN: The Allen Wells County Rural Electric Membership Corp., 
Ossian, Indiana (William Owen Toy, Supt-, and Indiana Statewide REMC, ~ 
Indianapolis, Engineer) has awarded a contract to the Miller-Baxter Co., Inc., 
Indianapolis, Indiana, for building the entire project consisting of 227 miles 
of line to serve 812 members. The successful bid was $183,771. 


118. KENTUCKY 21 NELSON: ‘he Salt River Rural Electric Cooperative Corn., 
Bardstown, Kentucky (Ralph F. Frizzell, Supt., and Ray Chanaberry, Inc., 7 ¢ 
Louisville, and H. R. Hertenstein, Engincers) has awarded a contract tothe — « 
Henry Bickel Company, Louisville, for building tho third and fourth sections 
of the project, consisting of 242 miles of line to serve 800 members. The 
successful bid was $163,896. 


360. KENTUCKY 35 WARREN: ‘The Warren Rursl Electric Conperative Corp., Bowling 
- Green, Kentucky (Lester Wright, Supt., and Ray Chanaberry, Inc., Louisvillo,. 
Enzincer) has awarded a contract to the Killoren Electric Co., Appleten, 
Wisconsin, for building the second section of the project,, consisting of 
168 miles of line to serve 447 members. The successful bid was $113,159. 


425. KaNTUCKY 51 HARDIN: The Nolin Rural Electric Cooverative Corp., Llizabeth- 
town, Kentucky (Ray W. Chanaberry, Inc., Louisville, Kentucky, Enzineer) has 
‘awarded a contract.to the R. H. Bouligny,Co., Charlotte, North Carolina, for 
building the first section of the project, consisting of 290 miles of Line to . 
serve 812 members. The successful bid was $193,774. . 


MICHIGAN 26 INGHAM: The Tri-County Electric Cooperative, Portland, Michigan 
(Dolph Wolf, Supt., and C. C. Noccker, Lansing, Engineer) has awarded a& con- 
tract. to the Worthington Pump and Machinery Cnrp., Harrison, New Jersey, for 
building the second generating plant and supplying equipment for the project. 
The successful bid wis $151,582. 


103. MINNESOTA 53 WASECA: The Stecle-Waseca Conperative Electric, Owatonna, 
Minnesota (L. P. Zimmerman, Supt-, and the Pillsbury Engineering Co., 
“Minneapolis, Engineer) has awarded a contract to Zontelli Brothers and 
EH. A. Reither, Aitkin,-Minnesota, for building another section of the project, 
consisting of 52 miles of line tom serve 109 members. The successful bid 


was $41,172. | | @ 


194. MINNESOTA 65 DAKOTA: The Daknta County Electric Cooperative, Farmington, 
dinnesota (Glarence H. Gelder, Suvt., and the Bannister Engineering Co., - 
St. Paul, Engineer) has awarded a contract to the Langford Electric Co.; 
Minneapolis, Minnesota, for building another section of the project, consist 
ing of 152 miles of line to serve 289 members. The successful bid was 
$94, 356, | 


168. 


146. 


Sie 


266. 


- 3- 


MISSISSIPPI 38 WARREN: The Capital Electric Power Association, Jackson, 
Mississippi (W. 0. Aldridge, Supt., and Dan G. Pepper, Jackson, Miss., 


. Engineer) has awarded a contract to’ John Oman,.Jr., Nashville, Tennessee, 


for building another section of the project, consisting of 50 miles of 
line.’ The successful bid was $42,506. si 


MISSISSIPPI: 40 SMITH: The Southern Pine Electric Power Association, 
Taylorsville, Mississippi (H. L. Pickering, Supt., and Marion W. Schwartz, 
Engineer) has awarded a contract to W. L. Coston and Sons, Bessemer, © 
Alabama, for building another section of the project, eansisting of 401 
miles of line to serve 1,086 members. The successful bid was C216 S765. 


NEW JERSEY 4 MONMOUTH: The Tri-County Rural Electric: Company, Inc., Freehold, 
New Jersey (F. Gramm Keenard, Supt., and Gibbs and Hill, Inc., New York a iar 
Enzineer) has awarded a contract to Miller-Baxter Company, Indianapolis, 
Indiana, for building another section of the project, consisting of 65 miles 
of line to serve 275 members. The successful bid was $62,582. 


OHIO 59 MORROW: The Morrow Rural Electric Cooperative, Inc., Mt. Gilead, 
Ohie (Howard Clapper, -Supt., and Ohio Farm Bureau RE Cooperative, Columbus, 
Enzineer)-has: awarded a contract to the Paul L. Gilmore Co., Columbus, 
Ohio, for building another section of the project, consisting of 69 miles 
of line to serve 216 members. ‘The successful bid was $52,776. 


TENNESSEE 24 MONTGOMERY: The Cumberland Electric Membership Corp., Clarks- 
ville, Tennessee (M. C. Northington, Supt., and Thomas H. Allen, Memphis, 
Engineer) has awarded a contract to John Oman, JUr., Nashville, Tennessee, for 
building the second section of the project, consisting or 450 miles of “lime 
to serve 1,500 members. The successful bid was $340,722. 


TEXAS 38 HILL: The Hill County Electric Cooperative, Inc., Itasca, Texas 
(E.D.H. Farrow, Supt., and William G. Morrison, Waco, Texas, Engineer) nas 
awarded a contract to the A. G. Ainsworth Construction Co., Dalles; Texas, 
for building another section of the project, consisting nf 144 miles of line 
to serve 320 members. The successful bid was $83,481. 


TEXAS 50 GRAYSON: The Grayson-Collin Electric Cnoperative, Inc., Van Alstyne, 
Texas (H.. P, Block, Supt., and Freese and Nichols, Fort Worth, Engineer) has 
awarded a contract to the Mattison-Wallack Co., Britton, Oklahoma, for build- 
ing another section of the project, consisting of 159 miles of line te serve 
506 members. The successful bid was $91,427. 


TEXAS 60 LYNN: ‘The Lyntegar Electric Cooverative, Tahnka, Texas (Garland 

lL. Pennington, Supt., and H. N, Roberts, Enzineer) has awarded a contract to 
Reinhart and Donovan, Oklehoma City, Oklahoma, for building the fire> anc 
second sections of the project, consisting of 320 miles of line to serve 950 
members. The successful bid was $196,470. 


TEXAS 62 BAILEY: The Bailey County Electric Cooperative Association, 
Muleshoe, Texas (Cecil W. McLaury, Supt., and William G. Morrison, Waco, 
Texas, Engineer) has awarded a contract to J. E. Morgan and Sons, Waco, 
for building the first section of the project, consisting of 249 miles of 
line to serve 550 members. The successful bid was $120,421. 
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95. WISCONSIN 25 MONROE: The Onkdale Conperative Electrical association, Oakdale, 


“WY8consin (Lioyd McCasky, Supt., and Wisecnsin Development Authority, 

Madison, Engineer) has awarded a contract to Honold and LePage, Inc., 

Sheboygan, Wisconsin, for building another section of the project, consist- 

ing of 74 niles of line to serve 200 members. The successful bid was 6 
$53,529. 


INVITATIONS TO BID 


GEORGIA 7 CATOOSA: The North Georsia Electric Membership Corp., Dalton, 
Georgia (CW. Tis Manton, Supt.,) has invited bids on the construction of 
125 miles of line to serve 677 mombers. Bids will be opened March 2, 1939. 


WASHINGTON 18 SPOKANE: The Inland Empire Rural Electrification, Inc., 

510 Zicgler Building, Spnkane, Washington (Glenn H. Bell, Suvt., and Charles 
H. Shouse, Rasincer) has invited bids on the construction of :118 niles of 
line. Bids will be npened March 14, 1939, 
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CONSTRUCTION CONTRACTS 


ALABAMA 20 BALDWIN: ‘The Baldwin County Electric Membership Corp., Robertsdale 
Alabama (Carl L. Schlich, Jr., Supt., and Gordon Persons, Montgomery, Aer. 
Engineer) has awarded a contract to the Rogers Blectric Co., Birmingham, Ala., 
for building another section of the project, consisting of 78 miles of line 

to serve 276 members. The successful bid was $43,603. 


ALABAMA 22 BUTLER: ‘The Butler County Electric Membership Corp., Greenville, 
Alabama (Edwin H. Wallace, Supt., and Gordon Persons, Montgomery, Ala., 
Engineer) has awarded a contract to the Smith Engineering and Construction Co.. 
Pensacola, Florida, for building another section of the project, consisting of 
85 miles of line to serve 180 members. The successful bid was $41,310. 


ALABAMA 23 PIKE: The South Alabama Electric Membership Corp., Troy, Alabama, 
(James H. Schuessler, Supt., and Gordon Persons, Montgomery, Alabama, Engineer) 
has awarded a contract to W. L. Coston and Sons, Bessemer, Alabama, for build- 
ing another section of the project, consisting of 265 miles of line to serve 
650 members. The successful bid was $142,553. 


ALABAMA 26 BARBOUR: The Pea River Electric Membershinv Corp., Clayton, Ala., 
(Arthur B. Robertson, Supt., end Gordon Persons, Montgomery, Alabama, Engineer) 
has awarded a contract to Richards Brothers, Carrollton, Georgia, for building 
the second section of the project, consisting of 194 niles of Line to serve 


‘AQ6 members. The successful bid was $107,183. 


GEORGIA 22 COLQUITT: The Colquitt County Rural Electric Co., Moultrie, Ga., 
(Oscar O. Owens, Mer.., and E. P. McLean Engineering Company, Engineer) has 
awarded contracts for building two additional sections of the project, one 

to the Coffee Construction Company, Eastman, Georgia, consisting of lle miles 


of line to serve 364 members (the successful bid was $69,287); the other to 


the Bigby Electric Company, Tampa, Florida, consisting of 142 miles of line 
to serve 426 members. The successful bid was SP, 285. 


GEORGIA 31 UPSON: ‘The Upson County Electric Membership Corp., Thomaston, Ga., 
(fT. S. Jackson, Supt., and J. B. McCrary, Atlanta, Georgia, Engineer) has 
awarded a contract to R. A. Bowen, Macon, Georgia, for building another section 
of the project, consisting of 99 miles of line to serve 345 members. The 
successful bid was $56,819. 


JLLINOIS 2 WAYNE: The Wayne-White Counties Electric Cooperative, Fairfield, 


mere ..8 (C..W. McCullough, Supt., and Warren and Van Preset Inch; Detetur, Ilia 


Engineer) has awarded a contract to the James and Shinn Company, Mattoon, I1l., 
for building another section of the project, consisting 6f Slo. miestor line 
to serve 761 members. The successful bid was $166,735. 


ILLINOIS 27 EDGAR: Tho Edgar Electric Cooperative Ass'n, Paris, Illinois, 
(Orval J. Bandy, Supt., and Laramore and Douglas, Chicago, Engineér) has 
awarded a contract to 4. S$. Schulman, Chicago, Illinois, for building the 


first section of the project, consisting of 280 miles of line to serve 613 


members. The successful bid was $176,581. 
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ILLINOIS 32 McDONOUGH: The McDonough Power Cooverntive, Macomb, Illinois 

Ray Grigsby, Supt., and R. A.«Donahue, Engineer) has awarded a contract to 
the White City Electric Co:, Chicago, I11., for building the first section 
of the project, consistinz of 277 miles of line to serve 580 members. The 
successful bid was $192,138. ab 6 


INDIANA 1 GREENE:. The Utilities District of Western Indiana Rurel Electric 


Membership Corp., Bloomfield, Indiana (William H. Freeland, Supt., and 
C. L. Johnson, Engincer) has awarded a contract to the Miller-Baxter Co., 


Indianapolis, Ind., for building another section of the project, consisting 
of 152 miles of line to serve 580 members. The successful bid was $111,599. 


INDIANA 27 DECATUR: ‘The Decatur County Rural Electric Membership Corp., 
Greensburg, Indiana (Elmer D. Evans, Supt., and Indiana Statewide REMC, 


Indianapolis, Engineer) has awarded a contract to the Cater Construction Co., 


Kanses City, Missouri, for building the entire project, consisting of 272 


miles of line to serve 780 members. The successful bid was $191,789. 


_ INDIANA 35 JASPER: The Jasper County REMC, Rensselaer, Indiana (Walter 
 Enmert, Supt., and Indiana Statewide REMC, Indianapolis, Engineer) has « 


awarded a contract to the Cater Construction Co., Kansas City, Missouri, 
for building the entire project, consisting of 222 miles of line to serve 
593 members. The successful bid wes $163,268. 


“IOWA 5 CARROLL: The Glidden Rural Electric Converative, Glidden, Iowa, 


(Thomas. Conner, Supt-, and Young and Stanley, Muscatine, Iowa, Engineer) 
has awarded a contract to the Hoak Construction Co., Des Moines, Towa, for 
building another section of the project, consisting of 137 miles of line to 
serve 281 members. The successful bid was $103,304. 


IOWA 34 JONES: The Maquoketa Valley Rural Electric Corporation, Anamosa, 
Iowa (Edgar D. Beach, Manager, and K. R. Brown, Des Moines, Iowa, Engineer) 


‘has awarded a contract to the Sandberg and Johnston Construction Co., 


Hampton, Iowa, for building another section of the project, consisting of 
250 miles of line to serve 476 members. . The successful bid-was $171,717. 


KENTUCKY 50 GRAVES: The West Kentucky Rural Electric Cooperative, Mayfield, 


_ Kentucky (Robert S. Usrcy, Supt., and Ray W. Chanaberry, Louisville, Engineer) 


has awarded a contract to R. H. Boulizney, Inc., Charlotte, North Carolina, 
for building the entire project, consisting of 203 miles of line to serve 
548 members. The successful bid was $126,289. ~ : e 


MISSOURI 20 MARION: The Missouri Rural Electric Canperative Ass'n, Palmyra, 


Missouri (H. C. McAfee, Manazor, and R. A. Donate, Macomb, Illinois, Engineer} 
has awarded a contract to the. Phelan Construction Co., Davenport, Iown, for 


building another section of the project, consisting of ;61.miles of Jane to. 
serve 110 members. - The successful bid was $40,915. 


EF 


NORTH CAROLINA 23 CALDWELL: The Caldwell Mutual Corporation, Lenoir, N.. C., 


. (George F. Messick, Supt., and Harry D. Dewar, Engineer) has. awarded a con- 


tract to Melvin F. Burgess, Baltimore, Maryland, for building another 
section of the project, consisting of 285 miles of line to serve 1,463 
members.. The successful bid was $264,085, - ; oA 


ve 


433, NORTH CAROLINA 34 ANSON: -The Anson:Mutual Electric Corporation, Wadesboro, 
N. C., (B. 0. Vannort, Engineer) has awarded a contrast to Day and 
Zimmerman, Philadelphia, Pa., for pbuilding the first section of the project, — 
consisting of 305 miles of line to serve 890 members. The successful bid 
was $180,295. | | 


434, ~ NORTH CAROLINA 36 RANDOLPH: The Randolph Electric Membership Corp., Asheboro, 
N. C., (B. 0. Vannort, Engineer) has awarded a contract to the Perkins-Barnes 
Construction Co., Blackstone, Virginia, for building the project, consisting 
of 227 miles of line to serve 650 members. The successful bid was $166,857. 


147, OHIO 60 SENECA: ‘he North Central Farm Bureau Blectric Coop., Inc., Attica,: @ 
Ohio (R. Jd. Williams Supt., and Gibbs and Hill, New York City, Engineer) has. i 
avarded a contract to the Davis-Hydaker Co., Spencerville, Ohio, for building” 
another section of the project, consisting of 226 miles of line to serve 661e © 


members. The successful bid was $150,495. 


121. OHIO 75 WILLIAMS: The North Western Electric Cocperative, Inc.,Montpelier, 
Ohio (John Cowman, Manager, and Harley A. Fushee, Engineer) has awarded a 
contract to the Miller Baxter Co., Inc., Indianapolis, Indiana, for building 
another section of the project, consisting of 115 miles of line to serve: 
426 members. The successful bid was $78,732. z 


265. OHIO 86 GUERNSEY: The Guernsey-Muskingum Electric Cooperative, Inc., New 
Concord, Ohio (H. B. Smith, Supt., Putnam and Woolpert, Engineer) has awaried, 
a contract to the D and W Construction Co., Columbus, Ohio, for building 
another section of the project, consisting of 258 miles of line to serve 864 
members. The successful bid was $194,054. 


172. OKLAHOMA 10 CLEVELAND: The Oklahoma Inter-County Electric Cooperative, Norman, 
Oklahoma (E. W. Crallie, Supt., and S. B. Wadley, Kingfisher, Oklahoma, Eng-.__ 
ineer) has awarded a contract. to A. G. Ainsworth, Dallas, Texas, for building’ 
another section of the project, consisting of 100 niles of line to serve 212, ,? 
members. The successful bid was $63,853. ne : e 


~~ 
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246, OKLAHOMA 14 LOVE: ‘The Red River Valley Rural Electric Company, Marietta, vc. 
Oklahona (Barl Park, Manager, and Berl W. Baker & Co., Bethany, Oklahoma, “4 - 
Engineer) has awarded a enntract to the B ana M Construction Corp., Oklahomet * 
City, Okla., for building another section of the project, consisting of <2 - 
miles of line to serve 78 members. The successful bid was ‘$16,073. : 

335, OKLAHOMA 18 TILLMAN: ‘The Southwest Rural Electric Cooperative, Tipton, OkLaws 

Tom Moran, Supt., and Midwestern Engineering and Construction.Co., Tulga, .* 4 
Oklahoma, Enzineer) has awarded a contract to the B and M Construction Corp-4 | 
Oklahoma City, Okla., for building enother section of the project, consisting® 
of 160 miles of line to serve 350 members. The successful did was $97,200. 


109. PENNSYLVANIA 14 CLEARFIELD:. The Central Rural Electric Cooperative, Ass'n, | , 
Clearfield, Pennsylvania (James B. Byers, Supt., and Gibbs and Bal Weel nGe, 3 
New York City, Engineer) has awarded a contract to Day and Zimmerman, ; 
Philadelphia, Pa., for building another section of the project, consisting 
of 195 miles of line to serve 550 members. The ‘successful bid was $159,653. 


5 


83, SOUTH DAKOTA 3 CLAY: The Clay-Union Electric Corporation, Vermillion, South | 
Dakntea (Ross Fowler, Supt., and Buell and Winter Engineering Co., Sioux City, 
Enzineer) has awarded a contract to the H. A. Risk Pipe and Construction 
Co., Nebraska City, Nebraska, for building another section of the project, 
censistinz of 55 miles of line to serve 131 members. The successful bid 
was $40,484. 
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“2435, TEXAS 75 WHARTONt The Wharton County Electric Cooperative, Inc., Danevang, 
Texans (EB. G. Petersen, Supt., and William G. Merrison, Waco, Texas, Enzineer) 
has awerded a contract to the Uvalde Construction Co., Dallas, Texas, for 
building the entire project, consisting of 244 miles of line to serve 410 
monbers. The successful bid was S117, 330. ) 


lll. VIRGINIA 27 NOTTOWAY: The Southside Electric Co., Blackstone, Virginia 
(ce 8% Hooper, Supt., and Engincer) has awarded a contract to the Perkins~ 
Barnos Construction Co., Blackstone, Virginia, for building another section 
of the vroject, consisting of 185 miles of line te serve 325 members. The 
successful bid was $148,421. ‘mextee: 


270, WISCONSIN 46 LAFAYETTE: Tho Lafayette Electric Cnoverative, Argyle, Mf 
Edward Paska, Supt., and the Wisconsin Development Authority, Madison, 
Engineer) has awarded a contract to the C. a. Hooper Co., Madison, Wisconsin, 
for building another section of the oroject, consisting of 91 milés of line 
to serve 252 members. The successful’sid was $78,834. 

426, WISCONSIN 52 CRAWFORD: ‘The Cravford’ Eloctric Cooperative, Gays Mills, 

Wisconsin (Wisconsin Develonment Authority, Madison, Engineer, and C. H. 

Hooverson, Supt.) has awarded » contract to the Dutton Hlectric Cog 

Milweukee, Wisconsin, for building the first section of the project, 

consisting of 112 miles of line to serve 300 members. The successful bid 

was! $92, 745. | 


‘ 


INVITATIONS TO BID 


IDAHO 15 IDAHO: ‘The Idahn County Light and Power Ass'n, Inc., Grangeville, Idaho 
_..(beslie H. Gillette, Supt. ani T. ©. Smith, Enzinecr) has: invited bids on the 
construction of 159 miles of line. Bids will be opened March 20. 


MONTANA 16 PARK: The Park Cooperative Electric Association, Livingston, Montana 
(E. Clerk Eaiscroan, Supt., and J, M. Garrison, Engineer) has invited bids on the 
construction of 82.7 miles of line. Bids will be opened March 27. ¢ 


NORTH CAROLINA 25 DAVIDSON: ‘The Davidsgn Mutual Electric Corporation, Lexington, 
N. C., (Gibbs and Hill, Inc., Roem 490, Pennsylvania Station, New York City, 
Engineer) has invited bids on the construction of 276 miles of line. Bids were 
opened March 7. . 


OREGON 17: DOUGLAS: The West Douglas Electric Cooperative, Inc., Roseburg, Oregon 
(William L. Barnes, Supt., and Baar and Cunningham, 414 Spalding Bldg., Portland, 
Oregon, Engineer) has invited bids on the construction of 103 miles of line. 

Bids were opened March 14, 


RURAL ELECTRIFICATION ADMINISTRATION 


CONSTRUCTION REPORT NO. 43 APRIL 12, 1939 


This bulletin announces construction contracts approved and invitations 


to bid between March 16 and April 11, 1939: 
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955 members. The successful bid was $258,695. 


“CONSTRUCTION CONTRACTS 


GEORGIA 45 SUMTER: The Sumter County Electric Membership Corp., Americus, 
Georgia (D. L. Thomas, Supt., and J. B. McCrary Enginecring Corp., Atlanta, 
Engineer) has. awarded a contract to W. L. Florence Construction Co., Powder 
Springs, Georgia, for building another section of the project, consisting 
of 344 miles of line to serve 703 members. The successful bid was $160, 340. 


GEORGIA 58 LAMAR: ‘The Central Georgia Blectric Membership Oorp., Jackson, 
Goorgia (M. ©. McCord, Supt., and J. B. McCrary Engineering Corp., Atlanta, 
Engineer) has awarded a contract to Bdward S. Moore and Son, St. Petersburg, 
Florida, for building another section of the project, consisting of Mol. mates 
of line to serve 875 members. The successful bid was $163,407. 


ILLINOIS 8 COLES: The Coles—Moul tive, Mattoon, Illinois 
(John G. Waggoner, Supt., and Caldwell Enginecring Co., Jacksonville, Engineer) 
has awarded a contract to the Cat onstruction. Co., Kansas City, Missouri, 
for building the entire project, consis 


ILLINOIS 31 MONROE: The Monroe County Electric Cooperative, Inc., Waterloo, 
Tli. (C. M. Douglas, Supt-, and J. G. Cooney, Belleville, Engineer) has 
awarded a contract to the Monroe Electric Co., Chicago, Illinois, for bullding 
the entire project, consisting of 177 miles of line to serve 400 members. 


tt 


The successful bid was $142,290. 


ILLINOIS 38 McLEAN: The Corn Belt Blectric Cooperative, Inc., Bloomington, 
Tit. 47. H.. Hafer,;, Supt’, and Michael Drazen, Engineer) has awarded con= - 
tracts to the Cater Construction Co., Kansas City, Missouri, and the Dr vand Ey 
Construction Co., Minneapolis, Minnesota, for building. the second and fourth 
sections of the project, consisting of 504 miles of lire to serve 1,260 
members. The successful bids wore $254,106 and $106,782. 

Miso a-contract.to the Andrews Asphalt Paving Co., Hamilton, Ohio, for build- 
ing another section -of the project, consisting of 357 miles of: line to serve 
960 members. The successful bid was $255,912. 


INDIANA 7 WHITLEY: The Whitley County REMC, Columbia City, Indiana (Homer 


Ummel, Supt., and Indiana Statewide REMC, Indianapolis, Engineer) has awarded 


‘a- contract to Miller-Baxter Company, Indianapolis, Ind., for building another 


section of the project, consisting of 55 miles of line to serve 158 members. 
The successful bid was $38,374. 3 


INDIANA 8 WABASH: The Wabnsh County REMC, Wabash, Indiana (Gordon Downey, 
Supt., and Indiana Statewide REMC, Indianapolis, Engineer) has awarded a 
contract ta the Cater Construction Co., Kansas City, Missouri, for building 
another section of the project, consisting of 113 miles of line to serve 
327 members. The successful bid was $83,244. | 
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101. INDIANA 24 CARROLL: The Carroll County REMC, Delphi, Indiana (Clarence 
Darragh, Mer., and Indiana Statewide REMC, Indianapolis, Engineer) has awarded 
a contract to the A, A. Electric Co., Cicero, Indiana, for building another 
section of the project, consisting of 121 miles. of line to serve 354 members. 
The successful bid was $88,492. 


je. INDIANA 74 HUNTINGTON: The Hontinetor: County REMC, Huntington, Indiana 

| (Frank Warner, Mgr., and Indiana Statewide REMC, Indianapolis, Engineer) has 
awarded a contract to the Cater Construction Co.; Kunsas City, Missouri, for 
building another sectien of the project, cans sisting of 99 miles of line to 
serve 320 members. The successful bid was $67,187. 


184. lOWA 43 GREENE; The Greene County Rural Electric Cooperative, Jefferson, 
lowe, (Clifford En Ung «Supt... and, K. Ru. Brown, Des .\Moiness Engineer) has 
awarded a contract to the-Ferguson and Dichl. Construction Co., Jefferson, 


eva for building another section of tne. proje ect, consisting of 47 miles of 
line tn serve 93 members. The successful bid was $33,734. 


439. KENTUCKY S JACI ‘Soir: The Jackson County Rural Blec. Conp. Corp., McKee, 
Kentucky (Ral ioh Skiff, Supt.,, and Hay, W. Chanaberry, Louisville anc. ( 
H. Rs Kertenstein, Engineers) has, awarded o contract te Jd. MM: Perkins, S 
Frankfort, Kentucky, for building the entire project, consisting of 130 
miles of Tine to serve 544 membors. The successful bid was $105,731. 


236. LOUISIANA 6 ST. MARY: The Teche Electric Membership Corp., Franklin, 
Louisiana (Jchn Chaney, Mgr.-Lincman, EB. B. Kasiske, Engine eer) has aeded 
& contract to Jchn Oman, Jr., Nashville, Tennossee, for building another 
ection of the project, consisting of 34 miles of line to serve 80 members. 
The successful bid was $19,932, 


258. LOUISIANA 9 LAFAYETTE: The Southwest Louisiana pe Membership Corp., 
Lafayette, Louisiana (H. B. Bowles, Site , ord Und «Geer, Engineer) has 
awarded. a contract to John Oman, Jr., Nashville, Pe: for~but terns 
another section of the project, consisting of 140 miles of line tn serve 297 
members. The successful bid was $77, 798, 


.265. MISSISSIPPI 20 YAZOO3-. The Yazoo Valley Ele pctric Power Association, Yazoo 
City, Mississippi (C. N, Blakemore, Supt., and 3. A. Bowman, Greenwood, Miss., 
Enzineer) has awarded a contract to Be on. Long and Haggerty, Bessemer, 


Alabama, for building another section of the project, cansisting of 180 miles 
‘of line to serve 520 members. The successful bid was $105,156. ( 


164. MISSOURI 18 TEXAS: The Inter-County Electric Conperative Association, 
Licking, Missouri (William R. Fisher, Suvt., and Midwestern Engineering and 
Construction Co., .Talsa, Oklehema,, Engineer) has awarded a contract to the 
Midland co mene Inc., Chicago, Illinois,«for building another section 
of the project, consisting of 235 miles of line to serve 535 members. The 
successful bid was $202,040. . ray 
“440, MISSOURI 33 BUTLER: The Ozark Bo order Hlec. Coop., Fllsinore, Missouri i 
(Ansel I. Moore, Supt., and E. T. Archer, Kansas City, Missouri, Engineer) 
has awarded a contract to R. B. Potashnick, Cape Girardeau, Missouri, for 
building the entire project, consisting of 253 miles of line to serve 723 
members. The successful bid was $182,797. 
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_ NUBRASKA 26 PLATTE: The Loup River Public Power District, Columbus, Nebr., 


(Victor Young; @ Supt," and R. H. Reed, Abilene, Kansas, Engineer) has awarded 
a contract to Dwight Chapin, Jr,, Hastings, Nebraska, for building another 
section of the project, consisting of 175 miles of line to.serve 305 members. 
The successful bid was $107,436... 


NORTH CAROLINA 21 SAMPSON: The Four-County Electric Membership Corp., Kerr, 
Nooo. 6. S, Shobrick, Supt-, and G. 0. Bullard, Engincer) has awarded 27 
contract to the Little Construction Co., Union, South Caroline, for building 
another section of the project, consisting of 63 miles of line to serve 200 
membors. The successful bid was $40,666. 


OHIO 31 HOLMES: The Holmes Rural Electric Cooperative, Inc., Millersburg, 
Ohio (George Hefferline, Supt-, and Gibbs and Hill, New York City, Engineer 
hes ewarded a contract to Paul L. Gilmore Co., Columbus, Ohie, for Bui Ldn 
another section of the project, consisting of 126 miles of line to serve 400 
members. The successful bid was $582,038. 


SOUTH CAROLINA 9 RICHLAND: The State Rural Electrification Authority, Columbi 
South Carolina (U. X. Cullum, Engineer) has awarded a contract to ZL. Ce 
Bridges, Heath Springs, &. C., for building another section of the project, 
consisting of 98 miles of line to serve 410 members. The succéssful bid was 
$75,829. 


TEXAS 71 CLAY: The J.A.C. Blectric Cooperative Association, Bluegrove, Tex., 
(John E. Middlebrooks, Supt-, and Isbell Engineering Co., Enzineer) has 
awarded a contract to P. E. Workman, Dallas, Texas, for building the entire 
project, consisting of 102 miles ef line to serve 319 members. The success=— 
ful bid was $65,300. 


TEXAS 78 CHEROKEE: The Chernkee County Electric Cooperative Ass'n, Rusk, 
Texas (J. H. Leverman, Supt., and William G. Morrison, Waco, Texas, Engineer) 
has rstarded contracts to Summers and Thomas, Nachodoches, Texas, and 
Reynolds and Sutton, Tyler, Texas, for building two sections of the project, 
consisting of 361 miles of line to serve “do members. The successful bids 
were $92,769 and $121,197. 


TEXAS 86 COMANCHE: The Comanche County Electric Cooperative Ass'n, Comanche, 
Texag (Arthur C. Thomas, Supt-, and Willian G. Morrison, Waco, Texas, Engineer) 
has awarded.a contract to 0. 0. Fuller Construction Oo., Nevada, Missouri, 

for building the project, consisting of 200 miles of line to serve 550 


members. The successful bid was S137 ee lee 


VIRGINIA 28 LANCASTER! The Northern Neck Electric Cooperative, Warsaw, Va., 
(R. R. Denison, Supt.«, and ¢. W. Hylton, Warsaw, Engineer) has awarded a 
contract to B. W. Jackson, Inc,, Richmond, Virginia, for building another 
section of the project, consisting of 45 niles of line to serve 120 members. 
The successful bid was $30,536. 


VIRGINIA 31 MECKLENBURG: The Mecklenburg Electric Cooperative, Boydton, Va., 


(J. H. Smith, Supt., and Herbert J. Baer, Engineer) has awarded a contract 
to the Virginia-Caroline Electric Works, Norfolk, Virginia, for building 
another section of the project, consisting of 77 miles of line to serve 


515 members. The successful bid was $51,138. 
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TEXAS 61 COLEMAN! The Coleman County Electric Conperative, Inc., Coleman, Texas, 
5S. R. Hale, Supt., and William ¢. Morrison, Waco, Texas, Engineer) has invited 
bids on 398 miles of line. Bids will be opened April 17. 


TEXAS 92 BANDERA: The Bandera County Electric Cooperative, Inc., Bandera City, 
Texas (Raymond Hick, Presijent) has invited bids on 200 miles of line. Bids 
will be opened April 19. é 


TEXAS 95 MEDINA: The Medina Blectric Conperative, Inc., Hondo, Texas (H. He 
Decker, President) has invitea bids on 129 miles of line. Bids willbe opened 
April 20. 7 ! 

WASHINGTON 25 COWLITZ: Public Utility District No. l-of Cowlitz County, Longview, 


Washington (Jchn D. Reche, Supt., and E. J. Barry, Tacoma, Washington, Engineer) 
has invited bids nn 33 miles of line. Bids will be opened May 6. 


THAR SP 


CONSTRUCTION REPORT NO. 44. Hitt oo, “MAY 4, 1939 


RURAL ELECTRIFICATION ADMINIS TRATION 


This bulletin announces construction contracts approved and invitations 


to bid between April 13 and May 3, 19393 
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CONSTRUCTION CONTRACTS 


ALABAMA 18 CULLMAN; ‘The Cullman County Blectric Membership Corp., Cullman 
Ala., (Lo Petree, Supt., and Francis and Haley, Birmingham, Alabama, 

Engineer) has awarded a contract to the Rogers Rlechete Co.) Birmingham, Ala., 
for building another section of the project, consisting of 75 miles we Lone 

to serve 414 members. The successful bid was $53, 573. 


ARKANSAS 11 JACKSON: The Farmers Electric Cooperative Corp., Newport, Ark., 
(Coymett Johnston, Supt:, and T. J. Robertson, Engineer) has- awarded 9 
contract. to the L. D. Brayton and Company, Dyersburg, Tennessee, for building 
another section of the project, pen ena of 38 miles of line to serve 

95 members. The successful bid was $23,536. 


ARKANSAS 13 JOHNSON: The Arkansas Va bbe Electric Coonerative Gorp., Ozar'e, 

Ark., (Wallace M. Milton, Sunt., end Ray W. Chanaberry, Louisville, Ky., 
Engineer) has awarded a contract to the " Widlané Constructors; Inc. Chicage, 
Til. \ for building another section of the oroject, ‘consisting of 169 miles 
of line to serve 577 members. The successful bid was $117,753. 


GEORGIA 34 CARROLL: The Carroll Electric Membership Corp., Carrollton, 
Georgia (L. bh. Hardin, Jr., Supt., SniGidseB. oe Engineering Corp., 
Atlante, Ga.’, Engineer) has awarded a. contract to the Baroco Electric Co., 


Pensacola, Florida, fer building another section of the project, corisisting 
of 135 miles of line to serve 414 members. The successful bid was $75,283. 


GEORGIA 67 BACON: The Satilla Rural Electric Membership Corp., Alma, Georgia, 
(Valene Bennett, Actin; z Supt., and M. C. Long, Engineer) has awarded a con- 
GracktetorGitson and Dat darenat Donalsonville, Georgia, for building another 
section of the prdject, consisting of 209 miles of line to serve 552 members. 
The successful bid was $116,745. 


GEORGI4 68 GRADY; The Grady County Electric Membership Corp., Cairo, Georgia, 


(N. W. Stanfill, Supt., and BE. P. McLean, Mowltrié, Georgia, Engineer) has 


awarded a contract to Guy L. Winthron, Tallahassee, Florida, for building 
another section of the project, consisting of 122 miles of line to serve 350 
members. The successful bid was $68,708. 


GEORGIA 90 CANDLER: The Excelsior Electric Membership Corp., Metter, Georgia, 
(Gleo EB. Miles, Supt., and J. B. McCrary Engineering Corp., Atlanta, Georgia, 
Engineer) has awarded a contract to the Tillman Construction Co., Statesboro, 
Georgia, for building another section of the project, consisting of 185 miles 
of line to serve 609 members.’ The successful bid was $94,621. 


ILLINOIS 41 JESFERSON: The Tri-County Electric Gooperative, Inc., Mt. Vernon, 
Die heds 1B. HetatilewSuaptq) cand) Awe. Taylorvand o.., Clayton, Missouri, 
Engineer) . has awarded a contract to the Langford Electric Co., Minneapolis, 
Minnesota, for building the entire project, consisting of 488 miles of line 
to serve 839 members. The successful bid was $310, Bb. 
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_ IOWA 32 BUTLER: ‘The Butler County Rural Blectric Cooperative, Allison, 
Lowe 
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E. N. Neal, Supt-, and X. B. Brown, Des Moines, Iowa, Engineer) has 
awarded a contract to the Midland Constructors, Inc., Chicago, Illinois, 
for building another section of the project, consisting of 115 miles of 
line to serve 214 members. The successful bid was $77,021. 


IOWA 61 CHEROKEE: The Cherokee County Rural Electric Cooperative, Cherokee, C1 
Iowa (Bucll and Winter, Engineer) has awarded a contract to the Hoak 


Conatruction Co., Des Moines, Iowa, for building the entire project, con- 


sisting of 119 miles of line to serve 230 members. The successful bid 
was $83,539. 


KANSAS 14 SUMNER.~COWLEY: The Sumner-Cowley Electric Cooperative Ass'n, Inc.,. 
Wellington, Kansas (C. L. Weber, Supt., and C. H. Guernsey, Cherokee, Okla., 
Engineer) has awarded a contract to Humphreys and .Thomnson, Oklahoma City, 
Oklahoma, for building the entire project, consisting of 275 miles of line 

to serve 503 members. The successful bid was $176,213. 


KENTUCKY 23 TAYLOR: The Taylor County Rural. Electric Cooperative Corp.,. 
Campbellsville, Kentucky (Ferrill Greagory, Supt., and Pat M. Sullivan, 
Atlanta, Georgia, Engineer) has awarded a ‘contract to the F. W. Owens Co., 4 
Louisville, Kentucky, for building another section of the project, consist- 

i of 158 miles of line to serve 425 members. The successful bid Was 

94,027. 


‘KENTUCKY -27 BOYLE: The Inter-County Rural Electric Conperative Corp., 


Danville, Kentucky (J. V. Swaim, Sunt., and C. L. Colgin, Engineer) has 
awarded a contract to the Crdell Construction Co., Winchester, Kentucky, 


‘for building another section of the project, consisting of 95 miles of line 


to serve 435 members. The successful bid was $82,388. 


KENTUCKY 37 OWEN: Owen County Rural Electric Cooperative Corp., Owenton, 
Kentucky (Chester Roland, Supt-, and Ray W. -Chanaberry, Louisville, Kentucky, 
Enginee®) has awarded a contract to the Henry Bickel. Co., Louisville, Ky., 
for building another section of the project, consisting of 80 miles of line 
to serve 262 members. The successful bid was $56,834. 


LOUISIANA 15 POINTE COUPEE: The Pointe Coupee Electric Membership Corp., 
New Roads, Louisiana (Norman H. Montgomery, Supt., and Ray W. Chanaberry, 


Louisville, Kentucky, Engineer) has awarded a contract to Sullivan, Long. 


and Hagzerty, Bessemer, Alabama, for building the entire project, consisting 
of 121 miles of line to serve 225 members. The successful bid was $70,686. 


MICHIGAN 28 PRESQUE ISLE: The Presque Isle County Electric Cooperative Ass'n, 
Posen, Michigan (Gustav J. Kleber, Manazer, and Southern Michigan Engineering 
Corp., Lansing, Michigan, Engineer) has awarded a contract to the Cater 
Construction Co., Kansas City, Missouri, for building another section of the 
project, consisting of 144 miles of line to serve 475 members. The 
successful bid was $145,295. — @ 
MINNESOTA 56 CROW WING: The Crow Wing Cooperative Power and Light Co., 

Brainerd, Minnesota ( H. §. Bliss, Buzinoer} hes atarded'a contract to 

E. W. Wylie, Inc,, St. Paul, Minnesota, for building another section of the 
project, consisting of 235 miles of line to serve 814 members. The 

successful bid was $227,996. 
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MINNESOTA 72 RENVILLE: ‘The Renville-Sibdley Cooperative Power Association, 
fairfax, Minnesota (Charles E. O'Neill, Supt., and. Ellerbe and Company, 

St. Pail, Minnesota, Engineer) has awarded a contract to the Rue Construction 
Co., Bismarck, North Dakota, for building the entire project, consisting of 
cO4 miles of line to serve 353 members. The successful bid was $149,532. 


MISSISSIPPI 30 JONBS: ‘The Jones County Electric Power Association, Laurel, 
Miss., (S. L. Smiagh, Supt., and Francis and Haley, Birmingham, Alabama, 
Engineer) has awarded a contract to Stuart C. Irby, Jackson, Mississippi, 
for building the entire project, consisting of 240 miles of line to serve 


553 members. The successful bid was $127,741. 


MISSISSIPPI 41 PIKE: The Mesnolia Electric Power Association, Magnolia, 
Miss., (G. H. Alford, Supt., and B. A. Bowman, Greenwood, Miss., Bnginecr) 
has awarded a contract to the B. & M. Construction Corp., Oklahoma City, 
Okla., for building the entire rrofect, consisting of 297 miles of line to 
serve G00 members. The successful 


MISSISSIPPI 45 CLARKE-LAUDERDALE! The Bast Mississ ectric Power Ass'n, 
Meridian, Miss., (Grady W.° Smith, wis, GC os hs er, Jr., Engineer) 
has awarded contracts to the Delta Construction Cno., Clarksdale, Miss., and 
W. L. Coston end Sons, Bessemer, Alabama, for building the first and second 
sections of the project, consisting of 401 miles of line to serve 1,192 
members, The successful bids were $257,382. 


MISSOURI 2% LEWIS: ‘The Lewis County Rural Blectric Cooperative, Monticello, 
Missouri (A. H. Holbert, Supt., arid Young and Stanley, Inc., Muscatine, Iowa, 
Engineer) has nwarded «a contract to Snyder and Johnson, Inc., Humboldt, Iowa, 
for building another section of the project, consisting ‘of 435 milcs*of line 
to serve 940 members. The successful bid was $311,736. 
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MISSOURI 31 MISSISSIPPI: The Scott-New Meadrid-Mississippi Cooperative Ass'n, 
Sikeston, Missouri (E. M. Zaricor, supt., and &: T, Archer and”Cc., Kansas 

City, Missouri, Engineer) has avarded 5 contract to. Stuart C. iroy Co., Jackson, 
Mississippi, for tbuildinz another section of the Project, consisting of 220 


miles of line to serve 539 members. The successful bid was. $137,597. 


F } 
NEBRASKA 58 BOONE: The Boone~Nance Rursl Public Power DISTriCu. (ote Lomera. 
Nebraska (Peter FP. Cedar, Supt., and H. H. Henningson, Oneha, Nebraska, 
Ingineer) has awarded a contract to A. W. Moseley, Kansas City, Missouri, 
for building the entire project, cons ing of 193 milés of line to serve 


314 members. The successful bid was 


NEBRASKA 60 HAMILTON: The Hamilton County Rural Public Power District, 


Aurora, Nebraska (Arnold Ericksen, Suvt., and H. H. Henningson, Omeha, 


Nebraska, Engineer) has awarded a contract to the Elkhorn Construction Co., 


Norfolk, Nebraska, for building the éntire ornject, consisting of 204 miles 


=] 


of line to serve 235 members. The successful bid was $144 762.6 
® 9 


NEW MEXICO § ROOSEVELT: The Roosevelt County ‘Electric Membership Corns, Inc., - 
Portales, New Mexico (Gayle P. Easley, Suvt., and E. T. Archer and Co., 

Kanses City, Missouri, Engineer) has awarded a contract to. the Uvalde 
Construction Co., Dallas, Texas, for building the entire project, consisting 
of 111 miles of line to serve 264 members. The successful bid was $89,496. 
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NORTH CAROLINA 35 DAVIDSON: The Davidson Mutual Electric Corporation, 
Lexington, North Carolina (J. L. Litaker, Supt., and Gibbs and Hill, 

New York City, Engineer) has awarded a contract to the Bryant Hlectric Oo., 
High Point, Nerth Carolina, for building the entire project, consisting of 


281 miles of line to serve 1,310 members. The successful bid was $191,283. 


NORTH CAROLINA 37 DAVIE: The Davie Electric Membership Corporation, 
Mocksville, Nerth Carolina (J. C. Jones, Supt., and B. 0. Vannort, Asheboro, 
N. C., Ingineer) has awarded a contract to the Sordoni Construction Co., 
Forty Fort, Pennsylvania, for building the entire project, consisting of 203 
miles of line to serve 735 members. The successful bid was $148,060. 


OKLAHOMA 2 KAY: The Kay County Electric Cooperative, Blackwell, Oklahoma, 
(P. EH. Foster, Supt., and Black and Veatch, Kansas City, Missouri, Engineer) 
has awarded a contract to the Ainsworth Construction Co., Dallas, Texas, for 
building another section of the project, consisting of 147 miles of line to 
serve 275 members. The successful bid was $87,880. 


OKLAHOMA 6 CADDO: The Caddo County Electric Cooperative, Albert, Oklahoma 
(Billie Bryan, Supt., and E. T. Archer and Co., Kansas City, Missouri, 
Engineer) has awarded a contract to the B. & M, Construction Corp., Oklahoma 
City, Oklahoma, for building another soction of the project, consisting of 


<> 


127 miles of line to serve 205 members. The successful bid was $78,499. 


G 


TEXAS 56 LUBBOCK: The South Plains Electric Cenperative, Inc., Iubbock, Texas, 


arin | 


(Gharies C. Fagz, Supt., and H. N.. Roberts, Engineer) has awarded a contract 
to J. E. Morgan and Sons, Waco, Texes, for building another section of the 
project, consisting of 168 miles of line to serve 350 members. The success- 
ful bid was $96,956. 

TEXAS 63 NAVARRO: The Navarro County Electric Cooperative, Inc., Corsicana, 
Texas ( 
has awe 

another. section of the project, consisting of 220 miles of line to serve 
484 members. The successful bid was $114,795. 


Pd 


6 BLANCO: The Pedernales Electric Cooperative, Inc., Johnson City, 
(Lee McWilliams, Supt., anti R. S. Weber, Engineer) has awarded a con- 
to Brown and Ront, Inc., Austin, Texas 
isting of 1,830 miles of line te serve 3,000 members. The successful 
was $822,995. 
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WISCONSIN 40 BARRON: The Barron County Electric Cooperative, Barron, Wisc., 
(Frank Havel, Manager, and Wisconsin Development Authority, Madison, Wisc., 
Engineer) has awarded a contract to the Commonwealth Electric Co., Dieser SO dag 
Minnesota, far building another section of the project, consisting ef 46 


miles of line to serve 138 members. The successful bid was $34,661. 


WISCONSIN 48 WAUPACA: The Waupaca Electric Conperative, Inla, Wisconsin. 
(Louis R. Rasmussen, Supt., and Wisconsin Development Authority, Madison, 
Wisconsin, Engineer) has awarded a contract to Honold & LePage Inc.,_ 
Sheboygan, Wisconsin, for building the entire project, consisting of 137 
miles of line to serve 350 members. The successful bid was $107,080. 


o 
Clyde Kimes, Supt., and Freese and Nichols,,¥ont Worth, Texas, Engineer) 
rded a contract to J. EB. Morgan and Sons, Hl Pasn, Texas, for building 


, for building the entire project, 


« 


2 


Ste ee 


INVITATIONS TO BID 


ARKANSAS 9 CRAIGHBAD: The Craighead Electric vooperative Corporation, Jonesboro, 
Arkansas (Robert Cherry, Supt., and Ray W. Chanaberry, Inc., Louisville, Kentucky, 
Engineer) has invited bids on the first and second sections of the project, con=- 
Sisting of 165 miles and 240 miles, respectively. Bids on both sections were 
opened Aprizy 2h 


NEBRASKA 61 MERRICK: The Merrick County Rural Public Power District, Central 


City, Nebraska (Wesley Weaponut2, Supt., and Carl ©. Cox; Amarillo, Texas, 


Engineer) has invited bids on 112 miles of distribution lines. Bids will be 
opened May 13. 


NEBRASKA 64 YORK: The York County Rural Public Power District, York, Nebraska 
(Howard C. Slonecker, Supt., and Carl C. Cox, Amarillo, Texas, Engineer) has 
invited bids on the construction of 237 miles of distribution lines. <« Bids will 
be opened May 11. 
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RURAL ELECTRIFICATION ADMINISTRATION 


CONSTRUCTION REPORT NO, 45. MAY 29, 1939 


an 


May 5 and May 25, 1939: 


29k. 


460. 


el. 


462. 


429. 


463. 


CONSTRUCTION CONTRACTS 


ARKANSAS 18 CARROLL: The Carroll Electric Cooperative Corv., Berryville, 

doles, (Paul F. Arnold, Supt., and W. H. Massey and Ray W, Chanaberry, Louis- 
ville, Kentucky, Engincers) has awarded a contract to the A. A. Electric Co., 
Inc., Cicero, Illinois, for building another section of the project, consist- 
ing of 317 niles of line to serve 673 members. The successful bid was $197,681. 


ARKANSAS 21 LINCOLN: The C & L Rural Electric Cooverative Corp., Star City, 
Arkanses (Lynn Thomasson, Supt., and Lund-Buxton Engineering Co., Little Rock, 
Ark., Engineer) has awarded a contract to the Universal Electric Cov 
Guntersville, Alabama, for building the entire vroject, consisting of 162 
miles of line to serve 455 members. The successful bid was $106,413. 


ARKANSAS 22 CLAY: The Clay County Electric Cooperative Corp., Corning, Ark., 
(Willic C. French, Supt., and Lund-Buxton Enginecring Co., Little Rock, Ark 
Engincer) has awarded a contract to L. 0. Brayton, Dyersburg, Tennessee, 

for building the ontire project, consisting of 281 miles of line to serve 
700 members. Tho successful bid was $165,235. 


GEORGIA 7 CATOOSA: The North Georgia Electric Membership Corp., Dalton, 
Georgia (Wt. L. Manton, Supt., and T.V.A., Engineer) has awarded a contract to 
Ledbetter-Johnson, Rome, Georgia, for building another section of heme ec ty 
consisting of 135 miles of line to serve 680 menbers. The successful bid 

was $118,218. } 


IDAHO 4 BONNER: The Northern Idaho Rural Electrical Rehabilitation issociation, 
Inc., Sandpoint, Idaho (Glenn A. Smothers, Supt., and Allan Sickler, Coeur 
d'Alcone, Idaho, Engineer) has awarded a contract to Honer G. Johnson, Portland, 
Oregon, for building another section of the project, consisting of 76 miles of 
line to serve 200 mombers. Tho successful bid was $67,820. 


IDAHO 15 IDAHO: The Idaho County Light and Power Cooperative Ass'n, 
Grangeville, Idaho (Leslie H. Gillette, Supt., and T. ©. Smith, Engineer) 

has awarded.a contract to Bennett & Taylor Co., Los Angeles, California, for... 
building the entire vcroject, consisting of 172 miles of: line. The successful 
bid was $128,983. 


ILLINOIS 32 McDONOUGH: The McDonouzh Power Cooperative, Macomb, Illinois 
(Ray Grigsby, Supt., and R. A. Donahue, Encineer) has awarded a contract to 
the I & E'Construction Co., Minneayelis, Minnesota, for building another 
section of the vroject, consisting of 158 miles of line to serve S16 members. 
The successful bid was $114,489. 


INDIANA 47 ORANGE: The Orange County REMC, Orlcans, Indiana (Frank Denton, 
Supt., and Indiana Statewide REMC, Indianapolis, Indiana, Enzineer) has 
awarded a contract to the Monroe Electric Co., Chicago, ELLinoisyator 
building the entire project, consisting of 133 miles of line to ‘serve 400 
members. The successful bid was $98,959. : 
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IOWA 23 CRAWFORD y. The Sauth Cravfard torel Electric ee ae ae Manning, 

Iowa (Horry W. Frenk, Sunt., ond H.-S. Nixon, Omaha, Nebraska, Engineer) has 
awarded a contract to the Hoak Construction Co.,.Des Moines, Jowa, for 

buildin= another section of the project, consisting of 145 miles of line to a 
serve 268 members. The successful bid was $91,885. @ 


1OWA 52 HOWARD: ‘The Howard County Electric Cooperative, Cresco, Towa, 
(Willian C. Shea, Acting Supt., and K. R. Brown, Des Moines, Iowa, Engineer) 
has warded a contract to the Sandberg & Johnson Construction Co., Hanoton, 
lown, fer building the entire project, consisting of 82 miles of line to 
serve 401 members. The successful bid was $116,775. 


IOWA 60 EMMET-DICKINSON: The D.E.XK, Rural Electric Cooperative, Estherville 
Towa (Harry Day, Acting Supt., and Younz and Stanley, Ensineer) | nas awarded 
contracts’ to the Acne Construction Co., St. Pml, Minnesota, and Sandberg 

and Johnson Construction Co., Hampton, Iowa, for building two sections of the 
project, consisting of 266 miles of line to serve ce members, and 182 miles 

of line to serve 342 members. The successful bids were $208 1? and $142,611, 
respectively. q 


IOWA 71 BUCHANAN! ‘Tho Buchanan County Rural Electric Cooverative, Independence, 
Towa (Alvin J. Tonn, Supt., and K. R. Brown, Des Moines, Iowa, Enzincer) has 
awarded a contract to the Sandbers and Johnston Construction Co., Hanvton, 

Iowa, for building the entire project, consisting of 272 miles of linc ota 

serve 544 members. The successful bid was $187,818. 


KANSAS 8 ALLEN: The Cooverativoe Pever end Licht, Company, Ines; Iola, Kansas 
(Otis EB. Smith, Supt., and Midwestern Engineerins Co., Hastings, Nebraska, 
Engineer) has awarded a contract to the Inland Construction Coe; Omaha, 
Nebraska, for buildinz another section of the project, consisting of 47 miles 


of line to serve 75 members. The successful bid was $34,606. 


KANSAS 25 LYON: The Lyon County Electric Converative, Inc., Emporia, Kansas, 
(Prentiss M. Dickerson, Supt., and G. H. Guernsey, Cherokee Kklahoma, Enzineer) 
has averded a contract to the Cook-O'Brien Construction cae. Kansas City, 
Missouri, for building the entire project; consisting of 161 miles, or a to 
serve 296 members, The successful bid was $106,951. 


KENTUCKY 20 McCRACKENS The Jackson Purchase Rurel Desir Cooperative Corp., 
Paducah, Kentucky (C. D. Harris, Supt., and Ray W. Chanaberry and H. Grahan, 
Louisville, Kentucky, “Enzincers ) has awarded a contract to L. 0. Brayton, ¢ 
Dyersburg, Tennessee, for building another section of the project, consisting 

of 161 miles of line to serve 365 members. Tho successful bid was $98,165, 


LOUISIANA 10 WASHINGTON: The Washineton-St. Tamme y Rural Electric Membershin 
Corp., Franklinton, Louisiana (N, E. Taylor, sae and O, R. Manton, Encineer) 
has awarded a contract to Sullivan, Long and Hazzerty, Bessemer, Alabama, ‘7 
for building another section of the project, consisting of 174 miles of line « 
to serve 435 members, Tho successful bid was $98,369. . 


MINNESOTA 37 JACKSON: Tho Federated Rural Electric Association, Jackson, 
Minnesota (P. L. Fersuson, Manager, and Federated Electric Cooperative, 
Minnemolis, Minn., Engincer). has. awarded a contract to Martin Wunderlich and 
the Acne Construction Company for buildinz another section of the vroject, 
consisting of 220 miles of line to serve 525 members. The successful bid 
was $153,408. 
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MINNESOTA 55 WATONWAN: ‘The South Central Electric Association, St. James, 
Minn,, (Haward C, Meier, Supt., and Bannister Engineerinz Co., St. Paul, 
Minn., Envineer) has awarded 2 contract to 2. W. Wave; ness. 80st Pay 
Minn., for building another scetion of the project, consisting of 234 miles 


of line té serve 408 members. The successful bid wes $160,621. 


MISSOURI pee ee Eurscon The Pomiscot-Dunklin Electric Cooperative Ass'n, 
Hoyti, Mis Mis a Glenn Kaker, Supt.; and Sverdrug and Pareel, St. Louis, 
Moe, al nce) has awarded a cintract to the MacDonald Construction Co., 

St. Louis, Missouri, for buildinz another section of the project, consisting 
of 330 miles of line te sarvo 981 members. The successful bid was $221,627. 
SUE a ae Cooperative 


MISSCURI 306 LAWRENCE: Mt. Vernon, Missouri, 


San SEERSREEEEE Eman “oy 
(W. L. Boucher, Supt., Lac i Veatch, Encincer) has awarded 2 contract 
Midland Constructors, Ce tteans Iidinois, fer building another section 
of the project; consistin: of 247 miles of line to serve 630 metibers. The 


successful bic was $201,374. 


> 


NEBRASKA 44 CASS: The Eastern Nebreske. Public Pawer District, Syracuse, 
Nebraska ca (FL i “Martz, Mane ter, and H E, Henninzson, Omaha, Nebraska, Enzineer) 


‘has awarded a-eontract to wic CrAriera Blectric Co., North rlatte, Netraska, 


for buildine™another ‘section of the project, consisting of 152 miles of line 
to serve 255 members. The successful bid was $115,539. 


NEBRASKA 51 BURT: The Burt County Public Power District, Tekamah, Nebraska 
H. D. Beck, Supt., and H. H, Henninzson, Omeha, Nebraska, Rieti teen has 
awarded 2 contract to the Crawford Electric Co., North Platte, Nebraska, for 
building aod SeCu.on o©Mtne prejcct, "consisting of 86 mites oft line to 
serve 145 membe The successful bid was $54,727. 


NEBRASKA 56 CEDAR: The Cedar County Rural Public Power District, Hartington, 


eee 
‘Nebraska (Harold M. Martindale, Supt., and H. H. Hennine sson, Onaha, Nebraska, 
: ; 9 t 

Engineer) has awarded 2 contract to the Elichorn Construction Co., HOrrolLc, 


Nebraska, for building another section of the Hroj;ed bh, consist im oie 
Flee i esr yo Loo) nambdrs 88 the iccesshilll H8a Was $78,9 


NEBRASKA 59 BUTLER: The Butler County Rural Public Power District, David City, 
Nebraska (Marvin W. Murphy, Supt., and H. H. Honningson, Omaha, Nebraska, 
Engineer) has awarded a contract to the Peter Kiewit Sons Co., Omaha, Nebdr., 
for Duilding the entire project, consisting of 137 miles of line to serve 

237 mombers. The successful bid was $96,747. 


NEBRASKA 65 WAYNE: The Wayne County Rural Public Power District, Wayne, 


Nebraska (a. W,. Noedinz, Supt., and H. H. Hennineson, Omaha, Nebraska, 


Engineer) has awarded a contract to the Peter Kiewit Sons Co., Omaha, Nebr., 
tom burns the entire projoct, consisting of 158 miles of line to serve 
227 members. The suctessful bid was $110,144. 


NORTH CAROLINA 25 ] a FORD? ‘The Rutherford Hiral Electric Mutual Ass'n 
ine., Forest ee oom Sy Geran “bunt, andeB? 0... Yan Nert. (Port 
Deposit, Maryland, Enzincer) has avarded a contract to the little Electric 
Company, Union, Sulit Caordiirea, Tor buileine another Betian OLTUnG pre (ect, 
sful bid 


wag $155,412. 
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NORTH CAROLINA 33 MARTIN: The Halifax Blectric Mombership Gorp., Scotland 
Nock, Ne, Emre B. Salde, III, Supt., and W. ¥. Corcoran, Eng -ineer) | 
has evarded a contract to B. W. Jackson, Inc., Richmond, Virginia, for build- 


ins the ontire project, consisting of 225 miles of line ‘to serve 675 menbers. 
The successful bid was $142,143. (0 


NORTH CAROLINA 39 UNION: ‘The Union Electric Membership Corp., Monroe, N. 0., 
(By Oe Howard, dr., Supt., and Gibbs and Hill, New York City, Engincer) has 
awarded 2 contract to the Miller-Baxter Co., Inc., Indianapolis, Indiana, 
for building the entire project, consisting of 500 miles of line to serve 


1,852 mothers. The entcossfal vid wos $338,425. 


NORTH DAKOTA 11 CASS: Tho Cass County Electric Cooperative, Inc., Kindred, 
North Dakota (M. H.. -Strehlow, Supt., and M. S. Hy rLand, Fargo, N. Dak., 
Engineer) has owarded a contract to Zontelli Brothers, Crosby, Minnesota, 
for building another section of the Project consisting of 202 miles of 
line to serve 500 members. The successful bid wos $155, ae 


{ 


OHIO 65 FAIRFIELD: The South Centrel Rural Electric Cooperative, Inc., é 
Lancaster, Chio (Darwin Kind ler, Manager, and Gibbs and Hill, New Tore City, J 
Engincer) has awarded a contract to the Andrews Asphalt Paving Co., eeecee 
Ohio, for building another section of the project, consisting of 270 niles 

of linc to serve 800 menbers. The successful bid was $204,097. 


OKLAHOMA 19 oRAIGS The Northeast Oklaehon a Electric Cooperative, Inc., Vinita, 
Okla., (Leo Spaldine, Supt., and Wievosbar rn Engineerinz and Construction Co., 
Tulsa, Okla., Engineer) has awerded a contract to Richards and Mullinix, 
Oklahoma City, Okle., for building the entire project, consisting of 287 miles 
of line to serve 560 monbers. The successful did was $185,456. 


OREGON 17 DOUGLAS: The West Douzlas Electric Converative, Inc., Roseburz, 
Oregon (Willian L. Barnes, Sunt., and Baar and Cunningham, Portland, Oregon, 
Engincer) has awarded a contract to Bennett and Taylor, Los Angeles, Calif., 
for building the entire project, consisting of 103 miles of line to serve 400 
members. The successful 3id wes $80,228. 


_ZEXAS 11 KAUFMAN: The Keufman County Electric Cooperative, Inc., Kaufman, 


Toxas (Jilson McCullouzh, Supt., and A. Williams and, Willian .<¢.) Merrigon, 
Dallas, Toxas, Enzineers) has awarded a contract to H. J. Usall snd One, 

Dallas, Texas, for be oe another section of the project, consisting of 126 
miles of line to serve 400 members. The successful bid was $74,246. { ) 


TEXAS 58 FAYETTE: Ths Fayette Electric Cooporative, Inc., LaGrange, Texas 
George E, Ademcik, Sunt., and Willian G. Morrison, Dallas, Tears, Ungineer) 
has awarded « contract to the Uvalde Cons triction Co., Dallas, Deas .erer 


building another scction of the project, consisting of 140 miles of. line 

‘to serve 250 mombers. The successful oe Was 878,425, C 
TEXAS 67 RAINS-ROCKWALL: The Farners pio ay Oooperative, Inc., Greenville, 

Th EEC? Rae CECE Curae LA See peel nA a 

Texas*\Charies HW. Ourfman,; oupt.i,. and. bdwar - Moyle, Engineer) has awarded 
a.contract to.P..E, Workman,. Dallas, toenat fon buildine onother seehion of 


the project, consis LARGE of 232 nides,-of line to serve. 520 members. he 
successful bid was $119,302. 


ee te 


474, TEXAS 80 SOLLIEGS: TORTH: The Greenbelt Electric Cooperative, ae Wellington, 
POcas (Orvel S. Couch, Supt. 4) has awarced a contract to Richards ani 
Mollinix, Oklahona City, Oklahoma, for building the entire ee a consist- 
ing of 161 miles of line to serve 354 members. The successful bid was 
$79,465. 


475, TEXAS 83 FISHER: The Midwest Electric Cooperative Ass'n, Rotan, Texas, 
(Andrew Jones, Supt., and Willian G. Morrison, Dallas, Texas, Enzineer) has 
awardee a contract to J. B. Morzan and Sons, Waco, Texas, for building the 
entire project, consisting of 176 miles of line to serve 252 menbers. The 


successful bid was $87,135. 


476. TEXAS 84 HALL: The Hall County Electric Cooperative, Inc., Memphis, Texas 
WOy oe lerbrough, Supt., and Carl C. a Amarillo, Texas, Encinoor) has 
awarded a contract to Reinhart and Donovan, Oklahoma City, Oklahoma, for 
building the entire project, consisting of 118 niles of line to serve 236 
members. The successful bid was $59,616. 


477, UTAH 6 GARFIELD: The Garkane Power Company, Inc., Panguitch, Utah, 
(Robert A. Middleton, Suvt., and Eéward P. Eardley, En“inecr) as awarded 
a contract to Barnett and Burdick, Payson, Utah, for building the entire 
Sroject, consisting of 109 miles of line to serve 433 nombers. The 
successful bid was $90,232. 


478, UTAH 8 DUCHESNE: The Moon Lake Electric Association, Inc., Mt. Emmons, Utah 
Ce foes, Bolder; Supt., and Ws Ws Flora, Enzineer) has awarded a contract 
Pome d, clyae, Sprineville, Utah, for Duildaing the Bist ie project, consist- 
ing of 52 miles of line to serve 240 members. The successful bid was 
$44,635. 


177, WISCONSIN 41 VERNON: The Vernon County Electric Cooperative, Westby, 
Wisconsin (N. F. Leifer, Manager, and Frank Davy and Son, Dateeee, Wisconsin, 
Engineer) has awardec. 2 contract to the Lanzford Electric Co., Minneanolis, 
Minn., for building another section of the project, consisting of 106 wiles 
of line to serve 265 members. The successful bid was $77,828. 


269, WISCONSIN 43 GRANT: The Grant Electric Cooperative, Lancaster, Wisconsin 
' (Clyde G. Newcomb, Manager, and Wisconsin Development Authority, Madison, 
Wisc., Engineer) has avarded a contract to L. G. Arnold, Inc., Hau Claire 
Wisconsin, for duilding another section of the project, consisting of 133. 
miles of line. The successful bid was $97,491. 


297, WYOMING 12 PARK: The Garland Light end Power Company, Fowell, Wyoming, 
(Homer C. Mann, Acting Manager, and Bell and Donnell, Cody, Wyoring, Engineer, 
has awarded a contract to I. M. Dobyns, Worland, fivonihe, for building 
another section of the project, consisting of 16 miles of line to serve 
45 members. The successful bid was $15,509 
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ARKANSAS 10 PULASKI: The First Electrici:Cooperative, Corporation, Jacksonville, 
Ark., (Ben H. Marshall, Supt., and Lund=Biston Engineering Co., Engineer) has 
awarded a contract to the Kelbur Air Conditioning Co., Little Rock, Arkansas, for 
building another section of the vroject, consisting of 90 miles of line to serve 
275 members. The successful bid vas $47,925. 


ARKANSAS 12 MILLER: ‘The S. W. Arkansas Electric Cooperative Corp., Texarkana, 
Ark., (Calvin M, Hervey, Jr., Suot-, and Technical and Engineering Service Coe; 
St. Louis, Mo., Engineer) has awarded a contract to the Bigley Blectric Coe, Findlay, 
Ohio, for building another seétion of the vroject, consisting of 233 miles of line 
to serve 700 members. The successful bid was $128,175. ; 


DELAWARE 2 SUSSEX: The Delaware Rural Electric Association, Greenwood, Delaware 
A. G. Ingram, Supt., and Gibbs and Hill, Pennsylvania Station, New York City, 
Engineer) has awarded a contract to the Miller-Baxter Co., Inc., Indianapolis, 
Ind., for building another section of the project, consisting of 302 miles of line 
to serve 823 members. The successful bid was $208,354. 


GEORGIA 70 MITCHELL! The Mitchell County Electric Membershiv Corp., Camilla, Ga,, 
(Nathan N. Keadle, Sunt., and J. B. McCrary Enginecring Corp., Atlanta, Ga., 
Engineer) has awarded a contract to the Bigby Electric Co., Tampa, Florida, for 
building another section of the project, consisting of 69 miles of line to serve 
182 members. The successful bid wes $35,410. 


ILLINOIS 7 HENRY: The Farmers Mutual Electric Co., Geneseo, Illinois (Walter 0. 
Parson, Manager and Phelan Construction Co., Davenport, Towa, Engineer) has awarded 
a contract to -the Phelan Construction Co., Davenport, for building another section 
of the project, consisting of 19 miles of line to serve 46 members. The successful 
bid was $11,967. : 


ILLINOIS 33 HANCOCK: Western Illinois Blectrical Cooperative, Carthage, Illinois 
(Leslie C. Marvel, Supt., and R. A. Donahue, Macomb, I1l., Engineer). has awarded 
a contract to C. R. Cento, Decatur, Illinois, for building the entire project, 
consisting of 371 miles of line to serve 800 mombers. The successful bid was 


$248,063. 


ILLINOIS 37 SALINE: The Southeastern Illinois Electric Cooperative, Inc., Harris- 
burg, Illinois (A. F. Lentz, Supt., and Laramore and Douglas, Chicago, Engineer) 

has awarded a contract to the Andrews Asphalt Paving Co., Hamilton, Ohio, (For 
building the entire project, consisting of 758 miles of line to serve 1,627 members. 
The successful bid was $435,791. ! | 


INDIANA 15 FAYETTE: ‘Tho Fayette-Union County Rural Electric Membership Corporation, 
Liberty, Indiana (Alden Lewis, Supt., and Indiana Statewide REMC, Indianapolis, 
Engineer) has owarded a contract to the A. A. Electric Co., Cicero, Illinois, for 
building another section of the project, consisting of 43% miles of line to serve 
105 members. The successful bid was $27,953. 
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INDIANA 33 HENDRICKS: The Hendricks County Rural Electric Membership Corp., 0 
Danville, Indiana (C10, Stamper, Supt., and Indiana Statewide REMC, Indianenolis, 
Engineer) has awarded a contract to the Miller-Baxter Co., Indianapolis, for build- 

ing another section of the project, consisting of 181 miles of line to serve o?7 
members. The successful bid was $135,052 


IOWA 3 PLYMOUTH: The Plymouth Electric Cooperative Ass'n, Le Mars, Iowa (A. M (G 
Forsberg, Acting Sunt., and K. R: Brown, Des Moines, Iowa, Engineer) has avarded a 
contract to the “Dberha wd Construction Co., Guttenberg, Iowa, for building the 

entire project, consisting of 149 miles of line to serve 259 members. The success- 

ful bid was $95,818. | 


IOWA 7 MARSHALL: The Marshall County Rural Blectric Cooperative, Marshalltown, 

Iowa (Charles E. Ward, Supt., and Young and Stanley, Inc., Muscatine, Iowa, Ing gincer) 
has awarded a contract to Ferguson-Dishl Construction Co., Jefforson, Iowa,- for. 
building the ontiro project, consisting of 118 miles of line to serve 223 members. 
The successful bid was $86,702. 


IOWA 26 SHELBY: The Nishnadotna Valley Rural Electric Cooperative, Garin, lovwa 
(George H. Hess, Supt., and H. H. Henningson, Omaha, Nebraska, Enzginecr) has 
awarded a contract to the Marshall Electric Co., Marshalltown, lowa, for building {( 
another section of the project, consisting of 134 niles of line to serve 222 ‘ 
members. The successful bid was $99,875. 


IOWA 50 LYON: ‘The Lyon Rural Electric Cooverative, Rock Rapids, Iowa (ZB. 

Skarshoug, Surt., and K..R. Brown, Des Moines, eae Engineer) has hedges 2 con= 
tract to the Eberhard Construction Co., Guttenberg, Iowa, for building the entire 
project, consisting of 151 miles of line to serve 266 members.’ The successful bid 
was $93,475. 


IOWA 57 MITCHELL: The Cooperative Electric Company of Osage, St. Ansgar, lowa 
(Louis J. Vancermyde, Supt., and Young and Stanley, Inc., Muscatine, Iowa, Engineer) 
has awarded a contract to the Acme Construction Co. and Martin Wunderlich Co., St. 
Paul, Minnesota, for building the entire vroject, consisting of 225 miles of line 
to serve 431 members. The successful bid was $157,406. 


IOWA 59 WOODBURY: The Wondbury County Rural Electric Cooperative Ass'n, Mouille, 
Iowa (Dalo Schricner, Sunt., and Bucll and Winter Enzineering Co., Eng sineer) has 
awarded a contract to the Evans Construction Co., Early, Iowa, for building the 
entire project, consisting of Il’ miles of line to*serve 220 menbvers. The . 
successful bid was $90,793. 
IOWA 62 IDA: The Ida County Rural Electric Cooperative, Ida Grove, loa ( meee «cc 
L. Pullen, Supt., and K. B. Brown,.Des Moines, Iowa, Engineer) has awarded a con= 
tract to the Bvans Construction Co., Barly, Iowa, for building the entire project, 
consisting of 173 milos of line tn serve 322 members. The successful bid was . 
$107,022. 


IOWA 67 SAC: bie Sac County Rural Electric Cooperative, Sac City, Iowa rT omeian a ‘@ 
Lovrien, Acting Supt., and K..R. Brown, Des Moines, lowa, Eng sincer) has awarded a Y 
contract to Sn Evans Construction Co., Early, lowa, for building the entire 

project, consisting of 155 miles of line to serve 286 members. The successful bid 

was $91,544. 
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KANSAS 24 CLAY: The © & W Rural Hlectrification Cooperative Association, Inc., 
Clay Center, Kansas (Irvin H. smith, Sunt., and Raymond H. Reed, Abilene, Kansas, 
Engineer) has awarded 2 contract to the Dan Scherrer Construction Co., Kansas City, 
for building the entire project, consisting of 292 miles of line to serve 552 
members. The successful bid was $195,208. 
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@ kansas 2? MORRIS: The Flint Hill Rural Electric Cooperative Association, Inc., | 

~ Council Grove, Kansas (T. T. Parker, Supt., and Paulette and Wilson, Topeka, Engincer) 
hes awarded e contract to tho Inland Construction Co., Omaha, Nebraska, end ono to 
the Smith Brothers Construction Corp., Kansas City, Missouri, for building parts 1 
and 2 of the project, consisting of 558 miles of line to serve 1,050 members. The 
successful bids were $366,125. 


MINNESOTA 53 WASECA! ‘The Stoelo-Wascca Cooperative Blectric, Owatonna, Minnesota 
Cm) Zimmerman, Supt., and Pillsbury Engineering Co., Minneapolis, Enginecr) has 
awarded: a contract to BE, W. Wylic, Inc., St. Paul, Minnesota, for building another 
section of the vrojoct, consisting of 161 miles of line to serve 310 mombers. The 
Successful bid was $102,237. 


MINNESOTA 54 FARIBAULT: ‘The Faribault County Cooverative Electric Association, 
lue Earth, Minnesota (Carl Schncider, Sunt., and W. W. Cutcliffe, United Engineering 
‘Service, Minncanolis, Minnescta, Engincer) has awarded a contract to tho Evans 
Construction Co., Early, Iowa, for building snother section of the project, consist-~ 
ing of 120 miles of line to sorve 225 membors. The successful bid was $74,262. 


MINNESOTA 71 BLUE EARTH: The Blue Earth-Nicollct Coovorative Electric Association, 
Mankato, Minnesota (E, M. Nash, Supt., and Ellerbe and Comany, St. Paul, Mipnesota, 
Engineer) has awarded a contract to J. S. McLaughlin and Sons,’ Mankato, Minnesota, 
for building another section of the project, consisting of "200 miles offbimawtc 
serve 543 members. The successful bid wns $194,286. 


MISSISSIPPI 21 COQAHOMA: The Conhonma Electric Fower Association, Clarksdale, Miss., 
CBem. Harrison, Supt., and E. A. Bowman, Greenwood, Miss., Engineer) has awarded 

a contract to the Delta Construction Co., Clerksdale, Mississippi, for building 
another section of the project, consisting of 87 milos ef line to serve 300 mombers. 
The successful bid was $54,694. 


MISSOURI 34 MACON; The Macon Electric Connerative, Macon, Missouri (P. V. Walker, 
Supt., and Baumes Engineering Co., St. Louis, Me., Enzineer) has awarded a contract 
to R. B. Potashnick, Cane Girardeau, for building the entire project, consisting of 


o72 miles of line to serve 1,212 members. ‘The successful bid was $368,106. 


@ronrara 13 FLATHEAD: The Flathead Lizht and Power Association, Kalispell, Montana 
(John Norlin, Sunt., ond J. M. Garrisen, Helena, Montena, Engineer) has awarded a 
contract to C. R. Inman, Worland, Wyoming, for bailding another section of the nroject, 
consisting of 59 miles of line to serve 180 mombers. The successful bid was $62,754. 


NEBRASKA 62 SEWARD: Seward County Rursl Public Power District, Seward, Nebraska, 
(John Martz, Suot., and Davis and Schwab, Crete, Nebraska, Engineer) has awarded a 

SW contract to the Inland Construction Co., Omaha, Nebraskn, for building another section 
of the project, consisting of 221: miles of line to’ serve 334 members. The success- 


ful bid was $146,702. 


NORTH CAROLINA 32 PERSON: The Picdmont Flectric Membershin Coxos5 “Hilisboro, Ie ace 
(John T. Alderman, Supt., and B. 0. Vannort, Asheboro, N. ©., Enginoor) has awarded 
a, contract to F. G. Hitt, Culpoper, Virginia, for building the entire project, con» 
Sisting-of 165 miles of line to serve 518 members. The successful bid was $110,868. 
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OHIO 84 CARROLL: The Carroll Electric Cooperative, Inc., Carrollton, Ohio (Harry © 
Merrick, Supt., end Gibbs and Hill, Inc., New York City, Engineer) has awarded a 
contract to L. D. Hetrick, Columbus, Ohio, for building another section of the 

project, consisting of 187 miles of linc to serve 600 mombers. The successful bid 

was $138,599. 


OKLAHOMA 1 KINGFISHER: The Consumors Rural Electric Co., Kingfisher, Oklahoma ia 
(Roy Bonechor, Suot., and S. B. Wadley, Enginecr) has awarded a contract to, the , 
Mattison-Wollack and Co., for building another section of the project, consisting 

of 158 miles of line to serve 318 members. The successful bid was $96,010. 


OKLAHOMA 22-COTTON: The Cotton Electric Cooverative, Walters, Oklahoma (C. W. Cox, 
Suot., end Mi¢westorn Enzineering and Construction Co., Tulsa, Oklahoma, Engincer) 
has awarded a contract to the Walco Engineerinz and Construction Co., Tulsa, for 
ouilcing the entire project, consisting of 244 miles of line to serve 475 members. 
The successful bid was $146,711. 


OKLAHOMA 25 ROGERS: The Vordigris Valley Electric Coonerative, Inc., Collinsville, 
Oklahoma (Lawrence H. Lance, Sunt., ani oe Engineering and Construction Co., 


Tulsa, Oklahoma, Enzincer) has awarded a contract to the Holbert Electric Co., 
Tulsa, Oklehona, for building the entire coe a consisting of 221 niles’ or” Line 
to serve 416 members. . The successful bid was $134, 4024. (S 


SOUTH CAROLINA 9 STATE AUTHORITY: The State Rural Blectrification Authority, Columbia, 
South Carolina (U. X. Cullum, Engineer) has awarded a contract to Wheatley and Mobley, 

Augusta, Georgia, for building another section of the project, consisting of 315 

miles of linc to serve 939 members. The successful did was $165,782. 


TEXAS 41 PANOLAs The Panola-Harrison Electric Cooperative, Inc., Elysian Ficlds, 
Texas (T. E. Stonhonson, Supt., and William G. Morrison, Dallas, Engineer) has 
avarded © contract to the Glassell General Construction Co., Shreveport, bouteiana, 
for building another section of the project, consistinz of 51 miles of line to geemue 
100 members. The successful bid was $27,600. 


TEXAS 61 COLEMAN: Tho Coleman County Electric Coonerative, Inc., Coleman, Texas 
CSR, Bolo, Supte, and Willian G. Morrison, Waco, Texas, and Clifford Thompson, 
En7ineers) le eee 2 contract to the Walco Engineering and Constructicn Co., 
Tulsa, Okleho: for building two sectinns of the project, consisting of 398 miles 
of linc to serve 790 members. The successful bid was $213,924. 


TEXAS 87 KARNES: The Karnes Electric Cooperative, Inc., Karnes City, Texas (Hollis 

L, Smith, Acting Supt., and A. L. Stegner and William G. Morrison, Dallas, Engineers) , 
has awarded a contract to the.A. G..Ainsvorth Construction Co, Tampay-Florida sen « 
building the entire project, consisting of 232 miles of lihe to serve 390 members. 

The successful bid was $117,632. 


TEXAS 91 SAN PATRICIO: The San Patricio Blectric Cooperative, Inc., Sinton, Texas 

(G. R. Ransower, Supt., and William Alexander and Willian G. Morrison, Dallas, 

Engineers) has avarded a contract to the. Reinhart.and Denevan Co., Oklahoma Ci.y, 
,Okiahone, for suilding the entire. vroject, .consistinz,of..247 miles\of line to ser ee CC 
470 nenbers. The successful bid was $119,939. i 


TEXAS 92 BANDERA The Bandora County Electric Conperative, Inc., Bandera, Texas 

Guy S: Rambie,; Sunt., and Widliam G. Morris@n and E,,A. Ceanden; Engineers) has 
awarded a : contract to P. E. Workman, Dallas, Texas, for building the entire project, 
consisting of 200 miles of line to serve 395 members. The successful bid was 
$102,312. re | 


sa gas 


TEXAS 93 DE WITT: The DeWitt County Electric Coonerative, Inc., Cuero, Texas 
(Cc. W. Beck, Supt., and William G. Morrison, Dallas, and C. B. Beck, Enzineers) 

_ has awarded a contract to the Ditleverecwric Co., Pindlay, Ohio, for tuilding the 
entire BEOIRES consisting of 232 miles of line to serve 450 members. The success- 
ful bid was $114)781. 


“ 


TEXAS 94 GONZALES: The Guadalupe Va alley Glectric Cooperative, inc., Cost, Texas 

H. A. Hassnen, Suot., and V. Beavers, Enzineer) hoe avardeovn contracts to she 
Ainsworth Construction Co., Dallas, Texas, for buildin> the entire project, consist- 
inz of 212 niles of line to serve 460 nembers. The successful bid was $103, 669. 


THXAS 95 MEDINA: ‘The Medina Electric Cooperative, Inc., Hondo, Texas (H. T. Bardin, 
Supt., and William G. Morrison and B. G. Cook, Engineers) has awarded a contract to 
P, HE. Worknan, Dallas, Texas, for buildine tho entire ee consisting of 129 
miles of line to serve 261 members. The successful bid was $63,906. 


VIRGINIA 31 MECKLENBURG: The Mecklenburg Blectric Cooperative, Boydton, Virginia. 
eo: £. Smith, Supt., and Horbert J. Bacr, Engineer) has awarded o contract to the. 
Virginia-Carolina Electric Works for building another section of the project, con- 
sisting of 17$ miles of line to serve 41 members. The successful did wes $11,439. 


WASHINGTON 18 SPOKANE: The Inland Enpire Rural Blectrification, Inc., Spokano, 
Washington (G, H. Bell, Sunt., and Charles H. Shouse, Spokane, Engincer) has 

awarded a contract to Bonnett and Taylor, Los Anzeles, California, for building 
another section of the project, ennsistinz of 119 miles of line to serve 300 members. 
The successful bid was $95,474. 


WISCONSIN 46 LAFAYETTE: The Lafayette Electric Coonorative, Rossing Building, 
Argyle, Wisconsin (Edward Paska, Suot., ané Wisconsin Deve sloonent Authority, Madison, 
Ensineer) has swarded a contract to C. A. Hoover, Macdisen, for buildins another 
peetion Of the projeet, consisting of 42 miles of line to serve 120 members, ‘The 
successful bid was $30. 402. 


WYOMING 5 BIG HORN: The Bis Horn Rural Electric Company, Basin, Wyoning (Maurice N. 
Hough, Sues, enc HE. §. Nixon, Omaha,’ Nebraska, Engineer) hag awarded n contract to 
H. A. Risk Pipo and Construction Co., Nebraska City, Nebraska, for Duilding another 
SeC720N4O" (Une eroject, consisting of 175 miles of line to serve 349 mombers. The 
successful tid was $118,375. 
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This bulletin announces cope tsi se qoagragys approved between July 7 
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ALABAMA 9 Clarke-Washington: The ClwbkesWasiington ” ee so Membership Corporation, 
Coffeyville, Alabama (Garrard HarrSIT,; “Vanager, and Gordon Persons, Montzomery, En- 
gineer) has awarded a contract to the Wainer Construction Company, Valdosta, Georgia. 


for building another section of the project, consisting of 77 miles of line to 
serve some 166 members. The successful bid was $46,756. 


ALABAMA 28 Chambers: The Tallapoosa River Electric Membership Corporation, Opelika, 
Ala. , (Henry P. Trawick, Lafayette, Supt., and Gordon Fersons, Montgomery, Ing gineer) 
has awarded a contract to the Wainer Construction Cn., Valdosta, Ga., and W. L. 
Coston & Sons, Bessemer, Alabama, for building the first and second sections of the 
project, consisting of 377 miles of line to serve 820 members. The successful bids 
were $122,866 and $121,890. 


ALABAMA 29 Greenct Tho Black Warrior Electric Membershiv Corp., Greensboro, Ala., 
Frank L. Holman, Supt., and Gordon Persons & Go., Montgomery, Engineer) has 
awarded a contract to M. R. Thomason, Montgomery, Ala., and Richards Bros., 
Carrollton, Georgia, for building the prnject, consisting of 522 miles of line to 
serve‘1,030 members. ‘The successful bids were $132,076 and $129,358. 


ALABAMA 30 Autauga: The Central Alabama Ekectric Membership Corp., Prattville, 
Ala.,{Basil Thompson, Supt., and Gordon Persons & Co., Montsomery, Engincer) has. 
awarded a contract to Richards Bros., Carrollton, Ga., for building the first and 
second sections of the project, consisting .f 479 milcs of line to serve 930 mem= 
bers. The successful bid was $0.49, 592. 


ARKANSAS 9 ee oodaa: The Craighead Electric Cooperative Corp., Jonesboro, Ark., 
(Robert Cherry, Supt., and T. J. Robertson; Ray W. Chanaberry, Louisville, Ky., 
Engineers) has awarded a contract to Stuart C. Irby, Jackson, Mississippi, for 
building another section of the project, consisting of 418 miles of line to 
serve 847 nembers. The successful bid was $215,541. 


ARKANSAS 15 Woodruff: The Woodruff Electric Cooperative Ceorn., Augusta, Ark., 
(F. S. Elzey, Supt., and Ray W. Chanaberry, Louisville, Ky., and A. L. Carpenter, 
Engineers) has awarded a contract to the Killoren Electric Co., Appleton, Wiscon- 
sin, for building another section of this vroject, consisting of 367 miles of 
line to serve some 773 members. The successful bid was $196,377. 


ARKANSAS 22 Mississinvi: The Mississinpoi County Electric Cooperative, Ine.) 
Blytheville, Ark., (H. C. Knappenberger, Acting Supt., and Ray W. Chanaberry, 
Louisville, Ky. and F. J. Favor, Enzineers) has awarded a contract to the Bigley 
Electric Co., Findlay, Ohio, for building the project, consisting of 217 miles of 
line to serve 505 members. The successful bid was $117,416. 


- FLORIDA 16 Sumter: The Sumter Electric Cooperative Assn., Inc., Bushnell, Fla, 
(J. G. Sparkman, Webster,Fla., Supt. and BE. P. McLean Engr. Co., Moultric, Ga., 
Enzineer) has awarded a contract to the Bigley Electric Co., Inc., Tampa, Florida, 
for building another section of this ere oe rs consisting of 183 milos of line to 
serve 431 members. The successful bid was $111,529. 
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ILLINOIS 2 Wayne: ‘The Wayne-White Counties Electric Cooperative, Fairfield, 
antes W. McCullough, Supt., and Warren & Van Praag, Inc. pWecaturyel ilies 
Engineers) has awarded a contract to the Donovan Construction Co., St. Faul, Minn., 


for building another section of this project, consisting of 244 miles of line ta 
serve 600 members. The successful did was $175,230. 


ILLINOIS 18 Pike: The Illinois Rural Blectric Company, Winchester, Illinois, 
(H. G. Bryan, Supervisor, and A. Y. Taylor, Clayton, Missouri, Engineer) has awarde 
a contract to the Monroe Electric Co., Chicago, Illinois, for building another sec- 
tion of this project, consisting of 337 miles of line to serve some 800 members. 
The successful bid was $232,023. 


ILLINOIS 21 Menard: The Menard County Electric Cooperative, Petersburg, Illinois, 
(hat Bh Becker, Supt. ,- and Young & Stanley, Inc., Muscatine, Iowa, Engineers) has 
awarded a contract to the Monroe Electric Co., Chicago, Illinois, for building 
another section of the project, consisting of 139 miles of line to serve 290 mem- 
bers. The successful bid was $105,337. 


ILLINOIS 29 Shelby: The Shelby Electric Converative, Shelbyville, Illinois, 
(ester Boys, Supt., and Younz & Stanley, Muscatine, Iowa, Engineers) has awarded a 
contract to the Contracting & Material Co,, Evanston, Illinois, for building 
another section of this project, consisting of 225 miles of line to serve some 484 
members. The successful bid was $151,798. 


ILLINOIS 39 Fulton: The Spoon River Blectric Cooperative, Inc., Lewistown, Ill., 

(L. C. Groat, Suvt., and R. A. Donahue, Macomb, I1l., Engineer) has awarded a con- 
tract to the White City Electric Company, Chicago, Illinois, for building the en- 

tire project, consisting of 412 miles of line to serve 810 members. The success— 

ful. bid was $285,657. 


INDIANA 80 Noble? The Noble County Rural Electric Membership Corporation, Albion, 
Indiana (Edimnd E, Fritz, Ligonier, Ind., Suvt., and Harvey B. Hartsock, Indian- 
apolis, Engineer) has awarded a contract to the Miller Construction Company, 
Indianapolis, Indiana, for building another section of this project, consisting of 
55 miles of line to serve some 177 members. The successful bid was $238,174. 


INDIANA 89 Harrison: The Harrison County Rural Electric Membership Corporation, 
Corydon, Indiana (Thomas E. Cooper, Supt. and Putnam & Woolpert, Dayton, Ohio, 
Engineers) has awarded a contract to the F. A. Goll Co., Milwaukee, Wisconsin, for 
building this entire vroject, consisting of 349 miles of line to serve some 1,030 
members. The successful bid.was $264,077. 


KANSAS 7 Jewell: The Jewell-Mitchell Cooperative Electric Company, Inc., Ionia, 

Kansas (Ivan L, Rose, Supt. and Paulette & Wilson, Topeka, Kansas, Engineers) has 
awarded a contract to the Phelan Construction Co., Davenport, Iowa, for building 

another section of the project, consisting of 139 miles of line to serve 239 mem= 
bers. The successful bid was $82,942. 


KANSAS 26 Coffey: The Coffey County Rural Electric Converative Association, Inc., 


Burlington, Kansas (Lester J. Pilcher, Acting Supt., and Paulette & Wilson, Topeka, 


Kans., Engineers) has awarded a contract to the Cook-O'Brien Construction Company, 
Kansas City, Missouri, for building the entire project, consisting of 114 miles 
of line to serve 203 members. The successful bid was $72,885. 
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for building another section of this project 
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KENTUCKY 26 Todd: The Pennyrile Rural Blectric Cooperative, Corp., Elkton, Ken~ 
tucky, (J. T. Warren, Supt., and Ray W. Chanaborry, Louisville, Engineer) has 
awarded a contract to the Killoren Blectric Co., Appleton, Wisc., for building 
another section of the project, consisting of 180 miles ef line to serve 395 men- 
bers. The successful bid was $108,699. 


KENTUCKY 52 Fleming: The Fleming-Mason Rurnl Electric Cooperative Corp., Inc., 
Flemingsburg, Ky., (James K. Smith, Supt. and Ray W. Chanaberry, Louisville, En- 
gineer) has awarded a contract to the Henry Bickel Company, Louisville, for tild- 
ing another section of the project, consisting of 201 miles of line to serve 510 
members. The successful bid was $137,765. 


LOUISIANA 12 Franklin: The Northeast Lonisiann Power Cooperative, Inc., Winnsboro, 
La., (Robert &. Holladay, Jr., Supt. and Ray W. Chanabarry, Louisyille, Ky. and 

W. L. Rush, Engineers) has awarded a contract to John Oman, Jr., Nashville, Tenn., 
for building the entire vroject, consisting of 141 miles of line to serve 270 men~ 


bers. The successful bid was ST. OG ts 


LOUISIANA 13 Bast Baton Rouke: The Dixie Hlectric Mamborship Corp., Baton Rouge, 
La., (Jancs H. Houch, Supt. amd BE. B, Kasiske, Baton Rouge, Engineer) has awarded 
a contract to John Oman, Jr., Nashville, Tenn., and Sullivan, Long & Haggerty, 
Bessemer, Alabama, for buildings two sections of this project, consisting of 

348 miles of line to serve 759 members. The successful tids were $117,065 and 
$88,601, respectively. 


MARYLAND 7 Caroline: The Cheptank Cooperative, Inc., Denton, Maryland, (C. A. 
Sennett, Supt., and B, 0. Vannort, Ashebero, ™,C., Engineer) has awarded a con- 
tract to the H. P.. Foley Co.,. Inc., Baltimore, Maryland, for tilding the entire 
project, consisting of 137 miles of line to serve some 400 members, The success- 
ful bid was $93,458. 


MINNESOTA 32 Fillmore: The Fillmore County Cooperative Electric Assn., Preston, 
Minnesota, (Harl J. Kjos, Manager, and Banister Engineering Company, St. Paul, 
Engineer) has ewarded a contract to the Langford Electric Company, Minneapolis, 
, consisting of. 380 miles of line to 
serve 901 members. The wmuccessful bid was $274,440. 


MINNESOTA 58 Kandiyohi: The Kandiyohi Coonerntive Biectric Power Assn., Willmar, 
(J. M. Nelson, Supt., and W. W. Cutcliffe, Anoka, Encineer) has awarded a contract 
to EH. W. Wylie, Inc., St. Paul, for bvilding the entire project, consisting of 


2 
95 miles of line te serve 225 members. The successful bid was $70,294. 


MINNESOTA 63 Scott: The Minnesota Valley Electric Cooperative, Jordan, Minn., 
(Harold 0. Lindokugel, Temp. Mer., and Ranister Enzineering Co,, St. Paul, En- 
gineer) has awarded e.contract to the Acme Construction Co. & Martin Wunderlich, 
St.» Poul, to build ancther. section of this project, consisting of 266 miles of 
line to serve some 548 members. Tho successful bid was $185,671. 


MISSISSIPPI 26 Panola: The Tallahatchie Valley Electric Power Assn., Batesville, 
Miss., (Willian H. Saxton, Supt., and Thomes H. Allen, Memphis, Tenn., Engineer) 
has awarded 9 contract to the I. K. Hlectric Co., Little Rock, Arkansas, for 
building another section of the nroject, consisting of 174 miles of line to gerve 
some 600 members. The successful bid wag $92,611, 


ws 
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MISSISSIPPI 28 Hancock! - The Coast Electric Power ‘Association, Bay St. Louis, Miss., 
Gs Clifton Ferrell, Supt., and Francis & Haley, Birmingham, Ala., Engineers has 
awarded a contract to Stuart C. Irby, Jackson, Miss., for building another section 
of the Pease consisting of 212 miles of line to serve 490 members. . The success- 
ful bid was $111,063. 


MISSISSIPPI 34 Leflore: The Delta Electric Power Assn., Greenwood, Miss.,(R. F. € 
HarPison, Suptie,s and BE. A. Bowman, Greenwood, Enzincer) has awarded a contract to 

the Delta Congts. Cow, Clarksdale, Miss., and W. L. Coston & Sons, 3essemer, Alae, 

for Suilding the east and west sections of this project, consisting of 370 miles of 
line to serve some 1,800 members. The successful bids were $80,888 and £30) 110. 


MISSISSIPPI 36 Marion: ‘The Pearl River Valley Blec. Power Assn., Columbia, Miss., 

(C. M. Crews, Sunt., and Francis & Haley, Dirminghan, Ala., Engineers) has awarded 

@ contract to the Stuart C. Irby Co., Jackson, Miss., for building another section 

of this project, consistinz of 140 miles of line to serve 302 members. ‘The success- 
ful bid was $58,402. 

MISSOURI 19 Boone: ‘The Boone County Conperative Electric Assn., Colunbia, Missouri, 
(R. A. Dinwiddie, Hallsville, Mo., Supt., and Omar J. DeBever, Columbia, Mo., In- 
gineer) has awardéd a contract to the Phelan Const. Oo-, Devenport, Iowa, for madld-@ 
ing another section of this project, consisting of 110 miles of linete senvyeurro 
members The successful bid was $61,150. 


MISSOURI 32 Atchison: The Atchison-Holt Electric Cnoverativo, Rockport, Missouri 
Beoe Gibts, supt., and’ Hie u Henningson, Omaha, Neb., Enzi neer) has awarded a con- 
tract to the Schneider Elec. Works, Omaha, Neb., for building another section of 
this project, consistine of 137 miles of line to serve 228 members. The successful 
bid was 893, Setar 


MISSOURI 35 Adair: The Tri-County Electric Converative Assn., Lancaster, Missouri, 
(Joseph H. Casteel, Papas and Younz & Stanley, Muscatine, Iowa, Engineers) has 
awarded a contract to J. 3. Ofstie and Son, Spring Valley, Wisconsin, for building 
the entire project, consisting of 301 miles of line to serve 550 members. The 
successful bid was $199,202, 


MISSOURI 41 Platte: The Platto-Clay Electric Cooperative, Inc., met CLUE. SMGe 4 
(Howard P. Aloxander, Supt. and E. 1, Archer, Kansas City, Mo., Engincer) hag 

arded a contract to 0. fF. Schroder, University City, Missouri, for building the 
entire project, consistinz of 455 miles of line to serve 882 members. The success-— 
ful bid was $281,190. 


s 
MONTANA 10 Madison: The Jefferson Valley Rural’ Electric Coop. Inc., Gwin ridges 
Montana, (Willian Heast ton, Manaser, and James H. Garrison, Helena, Engineer) has 
awacvded @ contract to the Langford Electric Company, Inc., Minneapolis, Minn., for 
building another section of this vroject, consis ting of 173 miles of line to serve 
some 400 tome GE The successful bid was otve, Gece 


MONTANA 16 Park: The Park Cooperative Electric Assn., Livingston, Montana, - 
(a Clark Kaisernan, Supt., and James M. Garrison, Helena, Enzineer) has awarded a SS 


COmmmact to, the MeLeuchlin Construction Co., Chat eaters Montana, for building 
anocaer section of the project, consisting of 84 niles of line to serve sone 200 
nenbers, The successful bid was $74,005. 


NEBRASKA 44 Cass: The Eastern Nebraska Public Power District, Syracuse, Nebraska, 


te a et 
‘ 


(F, &, Martz, Manager, and H. H. Henningson, Omaha, Engineer) has awarded a contract 
to Lhe LPerguson-Diehl Construction Company, Jefferson, ‘owe for building another 
fection of this project, consisting sf 174 miles of line to sérve 311 members. The 


Successful bid was -$118,257, 


* 


ei 


NEBRASKA 64 York: The York County Rural Public Power District, York, Nebraska, 
(Howard G. Slonecker, Supt., and C. C. Cox, Amarillo, Texas, Tine neer) has awarded 
a contract to the Inland Construction Co., Omaha, Nebraska, for building the entire 
project, consisting of 239 miles of line to serve 441 members. The successful bid 
was $150,907. 


NEBRASKA 7h Madison? The Madison County Rural Public Power District, Madison, 

Nebraska, (Alfred H. Lewis, Sunt., and H. S. Nixon, Omaha, Engineer) has awarded a 
contract to the Elkhorn Construction Co., Norfolk, Neb., for. building the entire 

project, consisting of 273 miles of Bee to serve 488 members. The successful bid 
Was $161,574. 


NORTH CAROLINA 10 Haywood: The Gruso Mutual Blectric Company, Cruso, N.C., 
(Carter fTrull, Supt. and Harry Dewar, Cruso,.Engincer) has awarded a cofttract to 


Melvin F. Burgess, Baltimore, Maryland, for building this project, consisting of 


34 miles of line to serve some 200 members. The successful bid was $29,104. 


OHIO 29 Pike: The Inter-County Rural Electric Coov., Inc., Hillsboro, Ohio 

(Victor Miller, Supt., and Putnam & Woolvert, Dayton, Engineers) has awarded a cone 
tract to Henry Bickel, Louisville, Ky., for building another section of the project 
consisting of 163 miles of line to serve 450 members. ‘The successful bid was 
$117,608. . 


OHIO 32 Belmont: The Belmont Electric Cooverative, Inc., St. Clairsville, Ohio, 


(Barry McAllister, Supt. and Gibbs & Hill, New York City, Engineers) has awarded a 


contract to E. T. Jacobs, Coshocton, Ohio, for building another section of the 
project, consisting of 120 miles of line to serve 375 members. The successful bid 
was $111,815. 


OKLAHOMA 6 Caddo: The Caddo County Electric Ceoperative, Albert, Oklahoma, 
(Billie Bryan, Supt., and E, T. Archer and Co., Kansas City, Missouri, Engineers) 
has awarded a contract to the Broome Elec. Const. Co., Amarillo, Texas, for build- 
ing another section of the project, consisting of 211 miles of line to serve 405 
memberse The successful bid was $120,663. 


OKLAHOMA 12 Alfalfa: The Alfalfa County UNS ype Cooperative, Cherokee, Oklahoma, 
(Howard Crocker, Manager, and Guernsey & Benson, Cherokec, Engincers) has awarded 
a contract to PF. E. Workman, Dallas, aaa: for building another section of the 


“project, consisting of 119 miles of line to serve 253 members. The successful bid 


was $73,244, 


OKLAHOMA 16 Pontotoc: The Interstate Cooperative Blectric & Power Spa Ada, . 
Oklahoma (Omar A. Fugate, Supt. and BE. T. Archer & Co., Kansas City, Mo., Engineors} 
has awarded a contract to Mattison-Wallack and Co., Britton, Oklahoma, for build- 
ing another section of the project, consisting of 211 miles of line to serve some 
415 members. The successful bid was $135,258. 


OKLAHOMA 26 Harmon: The Harmon Blectric Cooperative, Inc., Hollis, Oklahmga, 


Claude Ingram, Acting Suvt., and Midwestern Engineering & Const. Co., Tulsa, Okla., 


. Engineers) has awarded a contract to the Walco Engineering & Construction Company, 


Tulsa, Okla., for building the entire project, consisting of 273 miles of line to 
serve 529 members. The successful bid was $165,100. 


QREGON 14 Umatilla: The Umatilla Blectric Cnnperative Assn., Hermiston, Oregon, 
(C. A. Kennison, Manager and Baar & Cunninghaon, Portland, Engiieers) has awarded a 
contract to T. Y. McClellan, West Stayton, Oregon, for building another section of 
the project, consisting of 32 miles cf line to serve 80 members, The successful 
bid was $23,147. 


a @ = 
TENNESSEE 9 Macon: ‘The Tri-C-unty Electric Membership Corporation, Lafayette, — * 
Tenn., (Will Hall Sullivan, Supt. and Pat M. Sullivan, Gallatin, Tenn., Engineer) 
has awarded a contract to R. H. Bouligny, Inc., Charlotte, N.C.,;.for building 
another section of the project, consisting of 134 miles of line to serve 52e mem 
bers. The successful bid was $83,129. 


TEXAS 59 Larib: The Lamb County Elec. Coop., Inc., Littlefield, Texas (0.K. Woodall 
Supt., and H, N. Roberts, Lubbock, Texas, Engineer) hax awarded a contrgct to the 
Reinhart and Donovan Co., Oklahoma City, Okla., for building another section of 
the project, consisting of 87 miles of line to serve 263 members. The successful 
bid was $60,294. 


TEXAS 88 NUECES: The Nueces Electric Cooperative, Inc., Robstown, Texas 

(James H. Minugh, Supt., and Wm. G. Morrison, Dallas, Engineer) has awarded a con~ 
tract to J. E. Morgan & Sons, Waco, Texas, for building the entire project, con— — 
sisting of 264 miles of line to serve 520 members. The successful bid was $129 , 723, 


TEXAS 96 Victoria: The Victoria County Electric Cooperative Company, Victoria, . 
Texas, (F. C. Rather, Supt. and Virgil Beavers, Victoria, Texas, Engineer) has 
awarded a contract to Uvalde Construction Co., Dallas, Texas, for building the en- 
_tire project, consisting of 173 miles of line to serve sone 400 members. The (* 
successful bid was $92,226. 
VIRGINIA 27 Nottoway: The Seuthside Electric Cooperative, Blackstone, Virginia, - 
(C. S. Hooper, Supt. and Enciucer) hea awarded a contract to Melvin. F. Burgess, 
Inc., Baltimore, Md. for building another section of the project, consisting of 
405 miles of line to serve 967 members. The successful bid was $228,165. 

ay 
VIRGINIA 29 Nelson: The Central Virginia Electric Conperative, Lovingston, Va., 
, (Lewis A. Bress, Supt. and C. M. Ramsay, Lovingston, Engineer) has awarded a con- 
‘ tract to the Haynes Construction Co., Chathan, Virginia, for building another sec- 
tion of the project, consisting of 72 miles of line to serve 182 members. The 
successful bid was $46,491. | 


VIRGINIA 34 Lee: Te Powell Valley Elec. Coop., Jonesville, Virginia, (D.L.McNeil, 
Supt., and B. O. Vannort, Asheboro,N.C., Enzineer) has awarded a contract to the 
‘Kingsbury-Samuel Elec. Co., Baltimore, Maryland, for building the entire project, 
‘consisting of 136 miles of line to serve some 400 members. The successful bid 
was $98,055. 


WASHINGTON 25 Cowlitz: The Public Utility District No. 1 of Cowlitz County, Kelso, 
Washington (J. R, Roche, Supt. and BE. J. Barry,. Tacoma, Wash., Engineer) has O> 
awarded a contract to T. Y, McClellan, West Slayton, Oregon, for building another 
section of the project, consisting of 33 miles of line to serve 160 members. ‘The 
successful bid was $31,517, 


WISCONSIN 21 Taylér: The Taylor County Electric Cooperative, Medford, Wisconsin, — 
( Juels Fleischmann, Supt., and Wisconsin Development Authsrity, Madison, Engineers, 
has awarded a contract to the Zontelli Brothers, Crosby, Minnesota, for building ( 
enother section of the project, consisting of 82 miles of line to serve 202 more . 
bers. The successful bid was $53,567. 


$. 


WISCONSIN 47 Jackson: The Jackson Electric Cooperative, Black River Falls, Wisc., 

Marcellus J. Smith, Supt. and-Wisconsin Development Authority, Madisén, Ingincen. 
has awarded.a contract to the Allied Contracting Cos, Eau Claire, Wisconsin, for 
building another section of the project, consisting of 168 niles of line to serve 
“440 members. The successful bid was $119,488. 


ie Mes 


WISCONSIN 49 Dunn: The Dunn County Electric Cooperative, Menonottie, Wisconsin, 


Martin B. Rotnem, Supt. and Wisconsin Development Authority, Madison, Enzineers) 


has awarded a contract to E. W. Wylie, St.. Poul, Minn., for building another 


section of the vroicct, consistine of 267 miles of line to serve 580 nonbers. 
he successful bid was S124, 746% 
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CONSTRUCTION REPORT NO. 48 PAMPHLET COLLECTION SEPTEMBER 19, 1939 


This bulletin announceg egnstmuctionie@eqtrdets approved between 
August 6 and September 18, 1929: 


i 3 = vd 
ARKANSAS 24 WASEINGTON: The Ozagdk Rural Electric. .Coone#ative Corporation, 


Fayetteville, ea (E. H. Looney Sup te-;—end-Eneinee: has awarded a contract to 
he Midland Constructors, Le 205 Wo Wacker Drive, Chicago; Illve, for buildings 
another section of the project, consisting of 68 miles of line to serve 160 members. 
The successful bid was $47,132 Bl. 


COLORADO 14 ALAMOSA: The San Luis Yo vlLley Rural: Electric Joonerative, Inc., Monte 
Vista, Colo. (W. I. Johnson, Sunt., and C. C. Cox, Amarillo, Toxas, Engineer) has 
d a contract to ©. HE. Atwater & Co., Grand Island, Nebraska, for building 
anothor section. of. the nroj Cea ae of,.57 miles oF line to serve 154 members. 


bar 


ect 
The successful bid was $37,50 


< 


7 . 


(George G. Haton, Suot., and Glonn RB. ere Denver,Colo., Engineer) has awarded 
a contract to.the Collier Electric and dion~Co., Denver, Colorado, for building 


the Gntire oroject, consisting of 92 mites of line to serve 300 members. The 
successful 


COLORADO 16 JEFTERSON: The Intormountain Rural Electric Ass Ociation, Bailey, Calo. 
a 


COLORADO 22 BOULDER: The Union Rural Electric Association, Inc., Brighton, Colo., 
(Jess ER. Rabn, Suot., end E. C. Porter, Engineer) has awarded a contract to EB. A. 
Relther, Aitken, Minnoseta, for building 27l.miles of the project. to serve G57 


members. The successful bid was $164,339. 


PLORIDs 14 CLAY: The Clay Electric Cooverative Ass'n, Inc., Keystone Heights, 
Florida (flamer ri, Theis, a and A... Micheels, eae Florida, Engineer) 
has awarded = contract to Harvey & Quina, Pensacola, Pleride, for building another 
or the nroaject, consisting of 249 acre! of line to serve 548 members. The 
Serul Did was $124,942, 


FLORIDA 17 JACKSON: The West Florida Electric Cooperative Ass'n, Inc., Graceville, 
florida (Claude Be omith, Soot... end Es PP. Melcan, Moyltries.Geargia, Engineer) 

has awarded a cantrect to Harvey & Quina Company, Pensacola, Florida, for building 
another section of the project, consisting of 265 miles of line to serve 541 


(ie wr 
members. The successful bid was $124,068. 


os 
G20Gia 64 COBB; The Cobb County Rural Electric Membership Corp., Marietta, Ga., 
(Carl Eo tamby, Subt., and J. B. McCrary Enginecring Coro., Engineer) has awarded 


’ 3 
a contrect towne BE. B. Nelson Construction Co., Atlanta, Georgia, form building 
omotnor section of the project, consisting of 129 miles of line tn. serve 420 
7: > ‘ Ary ren 
members. Tne successful bid was $74,574. 


1DAEO 10 NZ PERCHES The Clearwater Valley Light and Pover Association, Lewiston, 
idehe. (ASR: Mushlita, Suot.) and T. C, Smith, Engineer) } ns awarded a contract to 
tne Glow. Carlson Electric’ Cos, Seattle, Washington, for building another section 
of the project, consisting of 105 miles of line to serve 286 memberss The 
successful bid was $88,038. 


; 10 Tall River Rural Electric Coonerative, Ashton, Idaho (Walter 
Bratt; -Supt., and. We ter A. Tlora, Cheyenne, Wyoming, Engineer) has awarded a con= 
tract to Homer G. Johnson, Portland, Orezen, for building the entire oro ject, con= 
Sisting of 73 miles of line to serve 174 members. The successful bid was $51,210. 


5081 


wet f ¢ 


ILLINOIS 23 SANGAMONS The Rural Electric Convenience Cononerative Co., Divernon, 
Tilindis (Charles: ie: Masters, Supt., and Starley Engineering Co., Muscatine, Iowa, 


award3d 3 contract to the Merros Electric Comany, Chicago, fll., 


for building another séetion of the project iis vie of 103 miles of line to 
Serva c43 members, The successful bid was $704 : 


ILLINOIS 28 CHAM eIGNS The Illtni Electric Cooperative, Champaign, TLlinois 


Sipt., and Celdwell inzineering Cr., Jacksonville, Engineer) has 
to the Cater Construction Cs., Kensas City, Missouri, for build~ 


of the project, consistine of 520 miles of line. Tha anccess= 
DL gy . 


The Norris Electric Conperative, Mewton, Illineis (Russell 
Laramore and Douglas, Enzineer) hes cvarded a enntract to the 


’ 
enstruction Co., Inddanarelis, Indians, for obnuildins the entire project, 
of 216 miles of line ter serve 37 members. The succéssful bid was 


ral apg pe Monbershin Corn,, Neweastle, 

ani Waolpert, "ne cer) has awarded a enone ¢ 
Olin, for Dnildinz another section of the 
is 


te serve 313.\ner Weake® The successful bid 


INDIaN. 18 2USH: The Rush Cm inty REMC )- Rushville. Ima Oscar E. Newhouse, Stvt. 
ieee epee haces y D , b t > 
and @naianws Staters 10) 3 aye strcer) a ‘dmepiea “a contract to the 


Cater Canstructir 


i, for Duilding about 49 miles of line 
to serve 141 manbers : 


INDIANA O86, TIPPECAN 23 The: Tomont Rural Blectric Memborshin Corn., Uingeme mes ; 
(Vert E Hiatt, Sust., and Putmen and Wor ‘LOCrt 4 e) as awarded a contract 


: yh 
to Honold and LePaze, Sheb syzen, Wisconsin, for another section of the 


proagect »crngistine vat 180 miles of line to serve 505 members. The successful bid 
was $154,690, 
OWA 19 wDAMS: The Adams County Converative Dlectric Or., Corning, Iowa (RB. -B, 
Phillivs, Sup Supte, anc Stanley Enzinesrinz Co., Muscatine, Iowa, Enzineer) has awarded 
& contract to the Honk Carstrmction Co., Des Moines, Inwa, for huilding ancther 
section of the tre joct, consisting af 79 miles of line tr serve 174 members. The 

ie eS oon 59 


SVECES SEL. ILaQ WS Pras Ome 


- HL WINNED 'n, Thommson, Iowa ¢ 
(Glonn Berslen’, Supt., and Stanley Envinoe: O., Masentine, Iowa, Enineer) 
has awarded 2 cortract to tho Hoale Bonetruvate Cs., Des Moines, Inwa, for building 
the entire »roséet, consisting of 268 miles nf line tn serve 580 members Lhe 
successful 44 was $125,024, 


10W4 Bi} WINNEBAGO: The Winnehaco Rural oe sctric Onornerrtive Ass 
nH 


IOWA 70 O_OS8C2Chas The Oscenla Electric 
Rabort ts, Sant., oné 
contract to the &cme Corstruction Gs, 
building the ertire rraject, consistins of 130 miles of line, to $6 
The successful Dif was GLLE, 35 


owa (Willian 

has awarded 3 - « 
nnesota, for 

ve 335 members. 


asp] J 7 9 te ; 
fuell and Winter, Si. 
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The Allaunkee-Cloyton Electric Cro operative, Inc., Fostyanbe, 
anée, Supt., and aA. W. Grubb, Vinton, Iowa, Encineer) has awarded 
a contract (to .E? "Wy Wyle ve ines;/ St. Pauls Minnesota, for buildine the entire 


project, consisting of 240 miles 6f line tre serve 502 members. The successful 
vid was $161, 62) 


ce Ceonerative, 1513 Lane Street, Toveka, 
te & Wilson, Toveka - Salina, Kansas 
al 


KANSAS 21 SHAWNER: The Kaw Valley Ele eheragad 
Kangas (00 6°32 aah es Supt., and Paulet 
h 


Envineer) has ded a contract to the Phelan Construction Co., Davenport, Iowa, 
Hor Dulldins ano Hee sectien ofthe foul ay ae De pci OLV59 wiles: GF ine “to 
serve 100 members. The successful bic was $38,475.87. 


KENTUCKY 23 TAYLOR: The Taylor County Rurnl Electric CooperativeCorn., Campbells- 
ville, Kentucky (Ferrill Greegory, Sunt.,tancrat Mey Suftivan’ Gallatin, “Tom pasion 


Enzineer) has awarded « contract to W. A. Smith, Louisville, Kentucky, for »uildineg 
another section of the project, consisting of 78 miles of line to serve 145 members. 


The successful bid was $40,759. 


KENTUCKY 31 UNION: The Union County Rural Electric Cooperative Corn., Morzanfield, 
Kentucky (John R. Haréin, Supt., and Ray: W. Chanaberry, Inc., Louisville; Ky., 
Engineer) has awerdoed = enntract to the Henry Bickel Co., Louisville, Kentucky, for 
building another section of the project, consisting of 59 miles of line to serve 


260 members. The successful bid was $41,100. 


KENTUCH eY 45 ANDERSON: The Fox Creek Rural Electric Canperative Cory., Lawrenceburg, 


Kentucky (G. R. Sandidze, Supt., and Ray W. Chanaberry, Louisville, Kentucky, 
Enzineer) has awerded Tv 


eant rect ward. A. eSiaith, Tolisy iite, Kyo Tor a Laie 
another section of the »roject, consisting of 64 miles of line to serv 
The successful bid was $38,753. 


[@) 
~l 
Cd 
53 
Q G 
oS 
. 
Ky 
wn 
e 


KENTUCKY 46 HARRISON: The Harrison County Rural Blectric Coonerative Corn., 
Cynthiana, Kentucky (G. L. Bridwell, § t. landslay WiC seer ani Louisville, Ky., 
py 
vu 


Engineer) has awarded a contract to the 7. W. Owens UG. Lomisv lie “Ky ee fan 

a>) ’ t 
building another section of the project, sl a ae of «262 mi ie of line to 
serve 513 members. The successful hid was $132,052. 


KENTUCKY 54 WAYNE: The South Kentucky Rural Flectric Connerntive Corn., Manticello, 
val 


a 
Ky., (G. E. Roberts, mp G. sand Py Meo ilAdiven, nett, Tenne basi Envineer) has 
awarded a contract to Nile BE. Yearwood, Nashville, Marniosew ee for grees: the entir 
project, consisting of 218 miles of Line to serve 567 members. The successful bid 
was $128,523. 


LOUISIANA 11 BOSSIER: The Bossier Rural Electric Membershin Corp., Bossier, La., 
(B. H. Allen, Sunt. , and Ray Wf, Chanaberry, Inc., Louisville, Ky., Engineer 


awarded a contract to Reynolds & Sutton, Tyler, Texas! for buliding the entire 
Peejcet,, consistine of 113 mi ile 2s of line to serve 224 menbers. The successful bid 


was $74,031. 


LOUISIANA 17 CLAIBCRNE: The Claiborne Electric Coonerative, Inc., Homer, La., 
(iW. M. Rainach, Supt., and William G. Morrison, Dallas, Texas, Eng 
awarded a contract to L. 0. Brayton, Dyersburg, Tennossee, far a. 
entire project, consisting of 231 miles of line to serve 450 membe 
successful bid was $111,481. 


MINNESOTA 4 LAKE: The Cooperative Lizht ani Power Association of Leke County, 
Two Harbors, Minnesota (Walter Cullen, Supt., and Clay M. Honkins, Two Harbors, 


Enzineer) has awarded a contract to E. W, fylie, nce 22899 Mord Roads > Stil Paws 
Minnesota, for buildings another section of the oroject, consisting of S7 miles 


> 


of line to,serve 203 members. The successful bid was $56,000. 


MINNESOTA 79 BIG STONE: The Stovens-Bis Stone Cooverative Power Ass'n, Benson, 
Da a i s ry 24 ne = 
Minnesota (Victor Hansen, Supt.,) has ewearded a contre et to HE. w. Wylie, Inc., 

ao) ss dingy cane Ses a Boh) 7 les a 
St. Paul, Minnesota, for “wilding the entire project, consisting of 227 miles of 


Se a 19 


line tn serve 347 members, The successful bid was $173,373. 
len] T 2 ; ‘ ass ad Ay ~ 
MISSISSIPPI 39 JACKSON: The Sinsins River Electric Powor Association, cedale, a 
sda Sy i a a nate : Pitta: SA a Vas 
Miss., (A. P. Lavallett, shoheen and Li ©. Winterton! Pascagoula, Engincer) hs t 
awarded a contract to W. L, Coston & Sons, Bessencr, Aléhana, f 1 
¢ 


entire pro; ect, Gongistinevef 290 miles of Line tocse 
fib bid re $185,045. 


MISSOURI 27 ANDREWS: es Nopiinee: Missour Cc 

Ox. Ray Lambright, 2 Sn and K. (Re Brown; 3 Mo 3 

a contract tod. A. Goll Company, Milwaukee, Wisconsin, for build 
e ¢ han! 


e ing anot 
of .the project, consisting of 219 miles of line to server395 members. “The ccess-= 
ful bid was $143,468. | ‘ 
MISSOURI 38 REYNOLDS: The Black River Electric Connerative, Annanolis, Missouri 
(Ray Brown, Suns, etd rac. Arches Cony Kansas Cite, sis some Ensineer) nas 
awarded a:contract to A. W. Mosley, Kansas City, hee for building the entire: 


project, consistine of 171 miles of Dine to serve Sl) members.’ Whe succeaamm via f 
was $141,855. 


NEBRASKA 38 HALL: The Hall County Rural Public Power District, Wood River; eure, 
(William B. Schoonlcber, supt., anc Devise and Schwob,Orete, NeStraske, Entineer) 
‘has ewarded a contragt to the C. BE. Atwater Co., Grand Island, Nebraska, for dumid— 
ing the entire nrojeét, consisting of 104 niles. of line to serve’ 188 menseraa Mie 


successful bid was $95, 4 tis Pike 


NEBRASKA 53 BUFTALO: The Buffalo County Public Power District, Kearney, Nebraska, 
Rob Nn 


y 1 
(Charles A. Painer, Supt., and Robert Fulton, Lincoln, Nebraske, Enzineer) has 
awarded a contract to the Elkhorn Construction Cn., Norfolk, Nebraska, fors>nitewns 
another section of the project, consisting of 60 miles of line to serve 125 memiers, 
The successful vid was $79,666.74. 


NEBRASKA 61 MERRICK: The Merrick County Rural Public Power District, Central City, 
Nebr., (Wesley-W.. Schutz, Supt., end Carl Cox, Engineer) has awarded a contract to 
the Rapid Electric Co., Rapid City, South Daketa, for Suilding the entir pe. 


consisting of 112 miles of line to serve 203 members. The ‘successful bia Was 
an 


NORTH CAROLINA 16 EDGECOMBE: The Hdeecombe-Martin County Electric Membership Corp. f 
Tarthowoy, sa Carolinan(gaet. a Sunt., and G. C. Bullard; Tarbors,; “ngin 4 
has awarded s contract to the William Muirhead Construction Co., Ine., Durham, 

Me Oraig, Or oul lains another section Ne ro Peery Pdiiasieabt apes of 206 ni. tester 

line to servo. 219 members.” The successful Wid was! $55,407, 


NORTH DAKOTA 12 WALSH: The Walsh Rural Electric Cooperative, Inc., Grafteng Ne De, ; 
(Fred A. KRarnickis Soe 4) has awarded a contract: to the Zontelli. Brothers). Ironton, & 


Minnesota, for building the entire vroject, consisting of 250 miles of Iineito ~~ EX 
serve 517 members. The successful bid was $159,867. oe 
gis 


OKLAHOMA 1 KINGFISHER: The Cimarron Electric Cooperative, Kingfishér, Oklahoma 
(Z. I. Carruthers, Manager, and S. B. Wadley, Enzineer) has awarded a contract to 
the Midland Construction Co., Chicago, Illinois, for building another section of 
the vroject, consisting of 158 miles of line to serve 259 members. The successinul 
bid was $93,701. shen 


Ay 
° co 


OKLAHOMA 18 BECKMAN: The Northfork Power Company, Sayre, Oklehoma (John L. 

Kijnenom,. su0te,.on0 slnsram Jcnes, Oklahema City, Okla. , Enzineer) has awarded 
& contract. to the Bauman Electric Cc., EL Paso, Texas, for duildine the entire 
project, consisting of 153 miles of line to serve 452 members. The’ successful 


me) LG. was $89 ’ 7 aie 


: sas 
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OKLAHOMA 20 GARVIN? The-Rural Electric On., Lindsay, Oklahoma (Paul #. Foster, 

DD pay nds Goad. Guernsey, Cherokee, Olclahome, Engineer) has awarded & contract 

to Reinhart and Donovan, Oklahomi City, for building the entire nroject, consisting 
of 97 miles of line to serve 224 members. The successful bid wes $64,793. 


OKLsdOna 21 WASHITAS The Kiwash Electric Coonerative, Inc., Cordell, Oklahoma 
(Rinley cea ow, Supt., and Guernsey end Benson, Cherokee, Okla., Enzineer r) has 


avarded aecontract. to. Cain.and Cain, Fort Wor h, Texas, Tor bulldinge the sivsre 
yroject, consistinz of 275 miles of line to serve 674 members. The successful Did 


was $155,895. 


OKLAHOMA, 23 -OKMULGEE$S.. The! East Central Oklahoma Electric Cooperative, Inc., 
Okmilzee, Okla., (D. A. Turinsky, Supt., and Midwestern Engineering & Construction 
Co., Tulsa, Engineer) has awarded a contract to the Walco Enzineering & Construc- 
Pigmevge, iaesa, Okla., for buildinc the. entire vroject, consisting of 344 miles 
of line te serve 737 memosers. The successful d wes $195,708. 


Te 
pet SAGE 


OKLAHOMA 24. LINCOLN: The Central State Rural Blectric Cnoverative, Inc. 
Stiliwaten,.Okla..,.(C.. A, Henderson, pee ana C. H. Guernsey & Co., Pret nee 
has awarded a contract to J. Briscoe, Stillwate Olohons,. tor Date oe 
eivare mroject, Consisting of 155 ee af ea to serve 402 members. The 
successful bid was $95,741. 


PENNSYLVANIA 17 ARMSTRONG: The Central Blectric Cooverative, Inc., Parkers Landing, 
Pau; (Donald roa Mara-er, and Giovs eni Hill, Inc., New York, N. Y. Engineer) has 
pwerded eecontract to Miller-Baxter, Inc., In’ianaprlis, Intiana, for building 
another section of the project, consisting of 267 miles of line to serve 1,145 


Si 
members. The successful bid was $215,766. 


PENNSYLVANIA 24 BEDFORD: The Bedford Rural Electric Ccon., Inc., Bedford, Pa., 
(4.03. Cole, Pian -Gioes and Hill. New fork, W. Y., Enzine eer) has awarded 


Be eonirect to Moe. Arrinzcton, Marriotsville,-Maryland, for “building ZL MibeS 
of line to serve 862 members. The successful bid wes $172,546. 


SOUTH CAROLINA 9 STATE AUTHORITY: The State Rural Electrification Authority, 
Selutibiadsoess. (Us x, Cullun, , Enzineer) has awarded contracts to Ledbetter and. 
Johnson, Rome, Georgie, and Wannemeker and Wells, and Boyle Road and. Bridze Co., 
for DUVldin2 278 miles of line to serve 1,049 menbers, and 478 miles of line 


lal T . a * a eaea 5 falta c Ce VAL . 
to serve 1,615 memoers. The successful »ids were $156,672 and $268,869, resvective 


SCUTH CAROLINA 14 AIKEN: Tha Aiken County Mural Electric Ass'n, Aiken, “Sv CW, 
(T. W. Henderson, Suct., and Enzineer) has awarded a contract to Wheatley and 
Mobley, Auzusta, Georgia, for building another section of the project, consisting 
of 174 miles of line to serve 546 members. The successful bid was $87,969. 


SOUTE CAROLINA 19 LAURENS: The Laurens Blectric Cooperative, Inc., Laurens, 5. C., 
(Henry M. Faris, Supt., and B. 0. Vannort, Asheboro, N. C., Enzinecr) has awarded 
& Contract to the Perkins-Barnes Construction Co., Inc,, Blackstone, Virginia, for 
building the entire project, consisting of 264 miles of line to serve 900 members 
The successful bid was $169,532. 


- G6 cenit : ‘ = "¢ 
: \ 


TEXAS 30 UPSHUR: | he Up shur Electric Coonerative Corn., Gilmer, Tezas (Sariuel ut 
SCALES kSUbie. anc Ge C. Fudspeth, Gilmer, Toxas,. Engines or) has Awarded a contract 
to the Taylor Construction Co., Taylor, Toxas, for huilding another section of the 
a eon consistinz of 159 miles of line to serve 5720 members. The successful bid 
Was 685, bocelL6e 


TEXAS 47 DEAT SMITHS The Deaf Smith County Electric Qnoperative, Irc. Bae 


. fe 
Texas (H. V. Hennen, . Sun ‘t.,) has awerded - erntract to Jd. EB. Morzan & 
Texas, for building another section of the vo oro ject, consisting of 2e4 pr 
to serve 380 members. ‘The successful. did ras $103,580. 


TEXAS 64 SAN sUGUSTINE: The Deen Has t Texas Electric Converative, Inc., San 

Augustine, Texas (D. N. Beasley, Sun Dee and Willian G. Morrison, Dallas, and 
Ed McDonald, Sen #usustine, Enzinecers) has avarded a contract to the Taylor 
Construction Co., Taylor, Texas, for building another section of the nroject, 

Ae Nile of 181 miles of line to serve 400 members. ‘The successful bid was 
90 , 4 


TEXAS 85 WISE: The Wise Electric Cncnerative, Inc., Decatur, Texas (V. F. Blage, 
Supt., and Willian G, Morrison, Dallas, Enzineer) has awarded.a contract ae | 
P. &. Workman, Dallas, for buildin the entire project, consisting oF 165 miles { 
of line to serve 330 members. The successful bid was $85,585. : 


TEXAS 99 JONES: The Stanford Electric Ceonerative, Inc., Stamford, Texas (Henry 
L. Osment, Supt., and William G. Morrison, Dallas, Enczireer) has awarded a’ con— 


tract to R. W. McKinney, Nacozdéeches, Texas, for buildinz the entire project, con- 
sisting of 212 miles of line to serve 400 mezhers. The successful bid was G101,)4401 


TEXAS 101 PARKER: The Tri-County Electric COoeperative, Inc., Azle, Texas (M. 7% 


Skidmore, Supt., and William G. Morrison, Dallas, Envineer) has awarded a contract 
to the Bizgley Eiestnie GOv,y Lindlay,.. Onis, Por ag ote a entire vroject, con= 
SiSting em J6L tikes of line to-eerye TIC sful tid was $86,787. 


ic Ce coperative, Inc., den Mills, Vernong 
aD. San, Supt., and Clarke Millen, Enzineex >) a ai contract to 
“Kenworthy and Taylor, Inc., Everett, s., for sulldine another section aL ae 
projec ts consisting ef 63 miles. sf line to serve 160 mer s. The successful Gia 
was $45,591. | ; 


vy 


VERMONT 7 ORLEANS: The Vermont Blectr: 
Tle 


i 
(4) 
FY 


VIRGINIA 11 ROCKINGHAM: The Shenanicah Valley Electric Connerative, Harrisonturg, 
Pointe Ge. Long, Supt... andsGibss.and Hill, Neg vores Enzineer) has 
arded a contract to the Rockinzhan Construction Co., Harrisenburg, Virginia, 
for building another sectinn of the vroject, consistins of 73 miles af line “to 
serve 257 members. The successful 2id was $52,458. 


VIRGINIA 18 T,E.S.: The Ticeweter Blectric Service Cc., West Point, Virzinia 
(Virginia Hast Coast Utiliti - ae Richmond, Va., Ge vineen) hag awarded a con= 
trect to, the.dtitchie Electric Go.,, Charists 


s 
sectiam ofthe oreject, consisting of 62 pil 


9 

Sville, Virginia, for building another 

. 5 ri ss 
The successful bic was $39,760. 


s of line to serve 288 menbers. 


TROINIA 22 CAROLINE: The Virginia Electric Cooperative, Bcewlinz Green, Vir-zinia 

H. Brown, Menazer, C. W. Hylton, Enz ineer) has awarded a sped te to themaaac. 
ranham Constrmiction Co., Halifax, Va., for building another section of the project, 

consisting of 115 miles of line to serve 315 members. The ep bid was 

$75,179. 


4 . 


VIRGINIA 29 NELSON: The Central. Virginin Sc 
lewis A. Bress, Supt., and C. M, 
the Perkins Barnes Construction 
section of the project, consistin 
eo successful id was $88,195. 


tric Crorerative, hoving 
ewardad a anreeele + to 

Wm, PSS & be Rs 4 a 
Tor tuilding another 


J 
‘9 serve 332 menbers 
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VIRGINIA 31 MEOKLE SNBURGS Tne Mecklenbur> Electric Cooperative, Boydlten, Virvinia 
(J. EB. Smith, SUpt., and ae a ry ap ser) has awardea «a esntreet to 
Aiwtaer scetio+ Af the =Foe 


wy ty il 
Bar W. Jackson, Inc., Hichnond, 
4 ey ‘ ar 


rafey 


- E 
shale 


Ong 
ect, consisting of 118 miles af ne ee serve 276 meriers, The snecessiul “i 
a : ars ne snecessful id 
was $385,954, 


ee A 


_ d om ee Su inc ain 
neer) has awarded tract to ee See Brothers 
buildins another section of the project, consistii 
@ 47S members. The successful bid vas Ui8, 0% a. 
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WISCONSIN 45 LATAYETTE: afoyette Hlectric inaner rank 

Oo ward Pasta, Sust., enc ! : 
Ensineer) has awarced a ; 
another section ox the projec 


members. The sueccssful 


$37 * ~~ 

ee 54 POL! Ko SUTETE The Polk-Purnett Biectric Coonerative, Balsam Lake, 
Visc., (Wayne 7, seliv, Supt., and Wiscernsin Develoviens Authority, Madison, 
Engineer) has awaréed a contract to 2. Y. Wylie, ines, St. Paul, Winnesetay for 
buildins enornor section of the vroject, consisting of 201 miles of line to 

serve £50 merbers me successful $id vas $138,524. 

WISCONSIN a The Ada: Cooperative, Friendship, Wisc., 
(Tames Gewoyee, Sunt., and ome Authority, Madison, Brzineer) 
has awarded a contract to the Baer Construction Co., Teadsburs, Wisconsin, for 

building the entire project, consisting of 224 miles of line to serve 47% members, 
The successful bid was 157,215.89, 

WISCONSIN 57 RVSK3 The Jump River Electric Conperative, Incy, Sumo Rivers (Wises. 
Deniel ©. Boecklor, supte, and Wisconsin Develosuent Authority, Madison, Engineer) 

has awarded a contract to the Polaris Cancreto Penducts Coe, Delath Minnesota, 


for wullding the entire rroiect, consistin: pe) Lee ris 
pe: The successful bid was 294,020, 


eed ts (cue ee are 
bl Deradoa,- Kansas 
an 


Engineer) has 


ne BM goers +> I 

Ot-., and Kenneth | 

6 ewerded a contract to J. §. McLlauzhlin ard Sons, Des Moines, Iowa, for building 
nsis 


Zp 4 rie) ‘ee 5 ‘ “ up Be ‘ ND 5 
“=, the entire project, consistinz of ‘136 Miles of line to serve 228 menbers. - The 
succéssful did was $31,351. 


PANES 30_ NaAths The Nemaka~Marshall ee tc Cooperative Ass'n, Inc., Axtell, 

aume., (Reed ¥, Coupten, Supt., and Paulette and Wilson, Tepeka, Kansas Enzineer) 
has awarted a contract to the Cater Construction ye ee Citr, Missouri, for 
building the entire project, consisting of 787 miles of line to serve 615 members 
Gee onecarstal did wae $243, 300. ; 


ive ® 
ne aay 2 Oroper 
& SBS AGI! , 4 cae and a OW, “Hef line, Hutchin 
tae awarded « contract to Nod. Hell and Company, Dallas 
the entire vroject, consietinz of 167 miles of line to | serve 
successful Did was $97,496. 


MISSOURI 27 BATES: The Osazre Valley Hlactric Cnonerative Aca! np ee 
H. C. Westhoff, Supt., and Black ana Veetch, Kansas City, Mis ssourd 
avarled a contract to the B and M Construction Co., Okinhonae Cline 
building the vroject, consisting of 364 miles "cr Linc tc serve 710. ne 
puceBast ul hid was $249,643. 


MISSOURI mrs eS The Grundy Electric Ceo ae Inc., Trenton, 


has arated a a ere te the Phelan Cons heli ent Davenport, Low 
the entire nroject, consistinz of 351 silos of line ts serve 620 merjers, 
successful bid was $225,927. 2; 


MISSOURI 48 VEWTON: The New-Mac Electric PU iee aaa te Neosho, Misseu 


| i. Lonfley, Supt.; ané Kenneth R. Brawn, Des Moines, Iowa, En-incer) h 
‘ee 4 contract, to the Laird Construction Unr., Sottls Crock, Michigan, fer” 


the entire rroject, consisting of 318 miles of line to serve 646 nember 
successful bid wac $198,857. 


ie vy DEPARTMENT OF AGRICULTURE 
® | ) S) RURAL ELECTRIFICATION ADMINISTRATION 


CONSTRUCTION REEORT No. 49. AREOLITT PAT CoTIN OCTOBER 24, 1939 
TEE DULLED iui 


+ 


this bulletin announcks construction contracks approved between 
Septenber20 and October 21, 19poR NOV 1939 We 


@ sas 25 BULLOCK: The Dixie El ecti.h Menberst itn Corp., Union Springs, Alabama 
(ALM. Redd, Supt., and Gordon Peueei 8! Mon tgomerpqmiag p tbama, Eng ineer) has awarded 
a contract to Harve; and Quine, Pensacola, Florida, fo tmilding another section 
of the project, consistinz of 127 miles of line to serve 480 members. The success- 


ful bid was $69,294. 


(Wallace M. Milton, bart and Hoy W. Chanaberry, Louisville, Ky Encineer) has 

awarded a contract to the S. B. Evans Construction Co., Fort Smith, Arkansas, for 

building another section of the project, consisting of 162 miles of line to serve 
: 


446 members. The suc bid was $65,400. 


ARKANSAS 13 J OHNSON The Arkansas Valley Electric Cooperative Corp,, Ozark, Ark., 
i 
u 


COLORADO 21 Seh.3 The Trinidad Electric Transmissio 
Colo., (H. A. Pooler, Mer., and P. M. Brown, Enzginee 
Hazen and McClintic, Ogallaza, acemelcge _for buildin 


nm 


of line #0 serve 150 members. The suc 


n Railway and Gas Co., Trinidad, 

r) has awarded.a contract to 
the entire project, consist- 

cessful bid was $26,593. 


Lp 


ing of 27 mile 


a 


COLORADO 29 PHILLIPS: The High Line Blectric Association, Paoli, Colorado (T. 6G. 
Puryear, Supt., ani Rocky Mountain Engineering Co., Denver, Colo., Enzincer) nas 
awarded a contract to the H, A. Risk Pipe and Construction Co., Nebraska City, 
Néebr.,.for building the entire project, consisting of 10] miles of line to’serve 
210 members. The successful bid vrs $59,037. 


FLORIDA 15 LAFAYETTES The Suwannee Valley Electric Cconerative A 
ar e 


Live Oak, aye ee Carver, Sunt., and BE. P. McLean Engineering Co., Moultrie, 
r 


Georgia, in zireer) has awarded contract to Ivy H. Smith, Jacksonville, Florida, 
for building the entire vroject, consisting of 160 miles of line to serve 500 
members. -The successful bid was $106, 235. 

GEORGIA 83 JACKSON: he Jackson Electric Membership Corp., Jefferson, Georgia 
CRia ds Reisvscupt., and J, 2. McCrary Engineerins Corp., Atlanta, Gecrgia, 


Enzineer) has ewerded a contract to the W, A. Mathis Co., Athens, GeorZia, for 

building annther section of the project, consisting of 235 miles of line to serve ~ 
a 123 Beinn * 

849 members. The successful bid wus $141, 827. 


ILLINOIS 12 BUREAU: The Illinsis Valley DBlectric Cooperative, Inc., Princeton, le 
(R. Bewrigzgel1. Supt. «and hag Drazen, Bloomington, Iil., Fnzgineer) has awarded 
a contract to the Centrectinzg and Meterinl Commany, Evanston, Illinois, for building 
the entire project, consisting cf 373 miles of line to serve 758 mombers. The 
successful bid was $277,252 
ILLIN O1S 34 JACKSON: The. Exyptian Dlectric Conperative Ass'n, Inc., Steeloville, 
®@ Cm rae Wendell, Supt., and Charles De Leuw & ane ChLcecn, 221.5 Encineer) 
= has awarded a contract to the Donovan Construction Co., St. Faul, Minres-ta, for 
building the entire de eek pe nts of 4%4 miles of ‘Vine: to serve S35 memvers: 
The successful bid was $319,229 


Pry (73 


ILLINOIS 36 JASPER: The Nerris Electric Cooverative, Newton, I11., (Russell 
Harrison, Supt., and Laramere anc Douglas, Enzineer) has avarced a contract to the 
Miller Construction Co., In oT ree Ind., for building the entire vcroject con- 
Sisting of 215 miles of line.to serve 537 members. The successful bid was 

vi 2 Z 
$160,412. 5305 


er pee | ¢ 
ILLINOIS 40 MACOUPIN: The M. J. M. Electric Cooverative, Inc.,. Carlinville, 111., 
Martino. Benséirer, suot., and A. Y. Pa sylor & Co., Clayton, Mo., En sineer) “has 


awarde? a contrect to the Monroe Electric Co., Chicago, I11l., for building the 


first section of the project, consisting of 336 miles of line to serve 852 
memvers. Tie successful bid was $232,917. 
ILLINOIS 4% PULASKI: The Southern Illinois Electric Coonernative, Inc., Mounda, f 


Illinois (George W. Endicott, Subt., and A. Y. Taylor, Clayton, Missourt, En zineer) 
has awarded 2 centract to the Donovan Construction Co., St. Paul, Minnesota, for 
buildings the first section of the nroject, consistins of 201 niles of dine te 
serve 501 members. Tho successful bid was $144, 3e7, 


ILLINOIS 45 CLINTON: The Clinton County Electric Cooperative, Inc., Breese, 
Illinois (Joseoh H, Heimann, Supt., and &. Y. Taylor & Co., Clayton, Missouri, 
Engineer) has avarced a contract to the Laneford Electric Co., Minneanolis, 
Minnesota, for building the entire »oro consisting of 309 miles of line to 
serve 636 members. The successful bid was $204,714. 


Cons QO 
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ILLINOIS 46 MADISON: The Southwestern Electric Cooverative, Inc., Greenville, 

ae (Victor Ka Kalla ys PUDtas, and, A. Y. Saylor & Co. Clayton, 62c cous Enzincer) , 
has awarded.a contract to the Cater. Construction Co., Kansas City, Missourl, fox @ 
building the first section. of the project, consistinz of 388 niles of line to 

serve 849 members. The successful bid was $238,247. 


INDIANA 26 DAVIESS: The Daviess-Martin County REMC, Washinzton, Indiana (Fred C6, 
Marks, Sunt., and Gib and Hill, Nev York City, Enzince r) has awarded a contract 
to the Laird Construction Co., Battle Creek, Michigan, for building the entire” 
project, consisting of 359 miles nf line to serve 1,050 members. The successful 
bid was $259,178. 


INDIANA .37 JAY: e Joy County REMC, Portland, Indiana (Richard M. Hurst, Suvt., 
and Bevin: eR See LTC diahapolie, inda., Envineer) has awarded a contract 
to Miller-Baxtex, LBCe 4 (ndianeoo lin Iridiana, for duildins another section of 

the project, consisting of 163 miles of line to serve 586 members. The Ssuctece. us 
bid was $113,834. 


INDIANA 40 KNOX:. The Knox County REMC, Vincennes, Indiana (M. J. Westfall, Supte, 
and Laramcre anc. Douglas, Inc., Chicago, Illinois, Engineer) has awarded a con- 
tract to the Allied Contracting Co., Hau Glaire, Wisconsin, for Suildin= the 
first and sccond sections of the vroject, consisting of 587 niles of tae to 
serve 1,645 members. The successful tid was $411,174. 


INDIANA 42 PARKE: The Parke County Rural Electric Membershinv Corn., Rockville, 


ms 


Ind., (Reubder Dooley, Supt., and Gibbs and Hill, New York City, Enzireer) has 
awarded a contract to the Davis-Hydaker Co., Snencerville, Chio, for building 
another section of the vroject, consisting of 136 miles of line to serve Seo 


members. The successful nid was $103,729. 


#NDIANA 46 MIAMI: The Miami-Cass County Rural Electric Membership Corp., Peru, ( 
Indiana (Rovert A. Hetzler, Suvt., and Bevington-Willians, Inc., Indiansnolis, 
Indiana, Enzineer) has awaried e cnntract to the Canine nee and Material Co,, ~* 
Evanston, Illinois, for building the entire vroject, consisting of 318 miles of 
line to serve 940 members. The successful bid was $211,443, 


te re 


cD fas 9 SCOTT: The Eastern Iowa Licht and Power Cooperutive, Davenvort, Iowa 


- N. Jordan, Sunt., and K. R. Brown, Des Moines, Iowa, Ingineer) has awarded a 
contract to the Monree Electric Co., Chicaso, Illinois, for building another 
secticn of the project, eo onsistine of 299 miles of line to serve 603 members. 


The successful Sid wes $219 »o64., 


TOA 21 GUTHRIE: The Guthrie County Rural Electric Conpetative Ass'n, Guthrie 
Centar sr, lown (J. A. McInen, Sunt., and Busll and Winter Enzineerinz Coe, Sioux 
Cite, ae aes) hes swarde’ a contract ta the Jensen Sons 


Yes Moines, Inwa, for building another section of the mrniject, consis tins of 264 
miles of line to serve 460 members. The successful bid wes $152,105. 


Electric Cooverative, Bronklyn, Iowa 


uf 
id L2 dK. R. Brown, Des Moines, Icwa, Enzineer) has awarded 
m contract to the bberhnrd Construction Co., Guttenburz, Iova, for building 
another section of the project, consisting of 251 miles of line to serve 497 
nenbers The successful bid was $154,584, 


1LOWA 73 ADAIR: The Fermers! Electric Connerative, Ine., Greenfield, Iowa (K. R 
Brown, Des Moines, Inara, Encireer) has arnrded a contract to the Ferzuson Diehl. 


Construction Co., Jefferson, Iown, for huildinz the entire oureject, consisting 


of 183 niles of line tn serve 343 members. The successful bid was SlilOme, 


KANSAS 32 RENO: The Arkansas Valloy Electric Coenerative Ass'n, Inc., Sterling 
Kansas (Alvia B. Davis, Sunt., and A. Heflinz, Hutchinson, Iowa, Envineer) hes 
awarded a contract to J. S, McLauehlin ane Sons, Des Moines, Iowa, for building 
the entire project, consisting of 285 miles sf line, to serve 690 members. The 
successful did was $177,392, 


MICHIGAN 20 DELTA: The Alzer-Delta Electric Conrerative, Escanaba, Michigan 
(Julius Sivula, C Premier, am Teltg, Kine ant Day, Int., St. Paul, peteesenn 
Enzineer) Has e7dardea a contract to tne Laird Constructirn Co., Battle Creek, 
Michigan, for buildins another section of the ornject, consisting of 176 miles 
of line to serve 310 mezivers. The successful bid was 


. 2 


MINNESOTA 25 McLECD: The Mcleod County Coooerative Power and Licht Association, 
Giencoe, Minnesota (R. A. Fischer, Manager, and Glenn Buek, Ciences: Minnesota, 
Enzineer) has awaried a contract to the Aveldson Construetion OG. » i ere sie 
Minnesota, for buildine another section of the ero ject, consisting of 186 miles 
of line to serve 797 members. The successful »i4 5 


MITNE SOT 61 FRESBORN: The Freéehorn-Mower Coonerative Light and Power Ass'n 

Albert en, Minnesota (Lewis Brorm, Sunt., and United Lnzineering Service, 
Minneapolis, Minnesota, Encineer) has awarded a contract to E. W. Wylie, Inc., 
St. Paul, Minnesota, for building annther secticn of the woject, consisting of 
Sal miles of line ts serve 680 members. The successful bid was $206,941. 


MINKESOTA 74 MORMAN: The Red. River Valley Converativs Power Association, Halstad, 
Minnesota (Georvs Henderson, Supt., ane Cc. J, Halstad, Helstad, Minn., Enincer) 
has awarded a contract to Zontelli Proathers, Ironton, Minnesota, for building 

the entire or exnsisting of 299 niles of line to serve 550 members, The 
successful did wes $159,883. 


MISSOURI 36 AUDAAIN: The Consolidated Electric Cooperative, Mexico, Missouri 
Jancs MeCla anal ak Supt., and Midwestern Enginesrinz and Construction Co., Tulsa, 


erste: r) has awarded a centract to Sandher.z and Johnston, Hampton, 
ns another section of the oroject, consisting of 223 miles of 
Oo? mombéers. The successful bid wns in 109. 


“ " 
Oklahoma, im: 
Lowa, for sui 
Line to serve 35 
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MISSOURI 40 PETTIS: The Central Mis ssouri Electric Cooperative, Inc., Sedalia, 
Missouri (Willien 7. Schicborl, Sunt., and R. A. Donahue, Macomb, Illinois, 
r served a eontract to C. A. Hecnor, Madison, Wisconsin and the Phelan 
inn Co, ,. Dakenvort, Iowa, for Ss aoc ayes Sections A and B of the 2 
of line to serve 880 members. The successful 3919s totaled 


Bie acess Ma ar f 
F = ot S91 


and Frank Horton, Lamar, Missouri, Enzineer) has 
aveardon @ contract. to the A. A. Electric Gn., Gicero, Illinois, Far pusieiae 
ich,, consistine of 480 miles jof, line td serve 883 monovérs. 


MESSQURL 48 Say The Farmers Electric Conperative, Chillicntho,) Missowm 
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MISSOURI 43 LACLEDE: The Laclede Electric a 
Geer ae ot, dc ai wee et aside AAS ie “tng c 1 4 
oe se ees Sunt Cel Bet eae 4 lavler and. Co os Clay ton A Mi SeOurl ) En: peibrg ig pi ‘> VS AWA ce) a 
7 a4 ~~ rs or Stier goa y” 5 4 i, de a ee € i 
Ll Gn., Milwaukee, Ege ste ae fox yuildine the entire 
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project, consisting of 136 miles of line +o serve 265 menders... The successful 


Ay COOPER: dab ade clint tes 28 " rs . 
ete COOP Tits [otric Caaperativo, -be.n LA YGATS, Missouri ‘YU 
SUpt.« » end Y. Toylor and On., Clayton, Missouri, Enzineer)) has 


2 fea 3 
~~ is 1 A v Te . . 
Liec t. wt tine : Hooner Cow, Madison, Wisconsin, for! twill dips 
DEOIJoOb wenn ilLles of line to serve 7OL menbers. >the 


a4 or 

successful a Wes 
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MONTANA 15 FERGUS: The ferzus alectric Coorerstive, Ipew, Leta stow, Eanes 
> laude} 74 * Ext z 

7 : ivan} Se a PE Vio, LST St (ET el ex 5es eS abate et ot wT Xe wt wns Tei ah A Wie Le aoa ee oe he 
bruce shavore, Mane: res andes Ny Garrisen elena, aay mo has awarded 


a contr or building 
another Be Gk, consisting of 80 miles nf fife wee serve 141 members. 


The successful, 31¢ was) $57,430. 
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oject, consisting of 190 miles of line to 0 
bids wasw$119y 737. ; 
NORTH DAKOTA, 8-BUNSONS Tho Brier Electric ¢ yroorative, dne., Baker, North, Dako 
(Palmer Stodun SUpte 5) ee Ms. 8. karla Dakots, Enzineer) has avarded 
2 contract.to the. Sorkness? Constructi Nerth Dakota, fon Wuilaime 
% rag octes Axis i of line to serve 251 | 
id was $89, q 


CELIO 88 GALLIAS 


Julia ceye Rural Electric Associatian polis, Ohio (John RB. 


9 
sien leet ariae feet e 
and doolpert, Dayton, Ohin, Bre 


L : ) has awa 
contract to Dra len, Princeton, West Virginia, for tuilding the entire 
oraject, consis « miles of line tn serve 600 memsers. The successful 


ae 


PENNSYLVANIA 22 JEFFERSON: The Jefferson Electric Canverative, Inc., Brookville, 
Pennsylvanin (Gibbs and Hill, Penns Sylvania Station, New York City, Enzincer) 


2 . idee 2 xh 1.2 Me grap | rf ad hada 
fas awarded a contract te Day an? Zimner: ran, Philadelphia, Pennsylvania, for build 
+ ~ we - £ ae dey s + =~ AY An! ca ce -y4 ae £ + os . y+ BS mamh 4 
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The successful bid wae $165,605. 


SOUTH DAKOTA 7 LINCOLN: The Linenln-Union Electric Cn., Alcester 
onan nate ane ve ea or 9 i} 
(lore kal S. syvenson, Suvt., and Buell and Winter Br Creer ine 9Ca.), 
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tncineer) Ans svarée@ a contract to Jonscn ond Kraze, Sioux ele 
ing another sectien of the orniject, consisting ef 99 miles of Line to se 
momoers. The srecessful bia was $63,770. 


TEXaS 86 COMANCHE: ma Ormanche County Electric Cnonerative Ass'n, Comanche, Texas 
(Carthmr Cy .Thovas, cmtes Enzineer) has 


and Willian.4. Morris-n, Dallas, 
larded & contract tc tre Uvalde Cars muction. Cog, Dallas, 
another sec oie nsistins of 218 miles of line tn sorve 400 
menoers. »The successful) LO, 4 


VIRGINIA 2 CRAIG: The Craiz-Bototourt El< Cnoverative, Newcastle, Virginia 
(Clay Dweuk haan, ne M. anderser: lashinston, D. C.,; Enzineer) tas 
Wiirdects contract to B. ¥. Jackson; Inc., Richonna, ss oui for oullaine 
another section ef the vrnjoc} wnsistins of 133 miles of line te serve 390 
members. The. successful 

WEST VIRGINIA 8 HARDY: Tho Hardy Oounty Licht and Paver ASSOCIAtion, Ina. 
Moorefield, Wost Vircinia (Hansel J. Horner, Sunt.) has awarded a Contrach te 
the itockinghom Constructicn Coy; Harrisashurs, Virginin, for building 21 fites 

of extensions to serve 56 memers. The successful bic was, $15,709) 


ISCONSIN oe FIERCE: The 


a7° 8 
- M, anderson, Sunt., Co., St. Paul, Minnesota, Engincer) 
has Labrie n piecontract rs; ‘Ines, Chicare! lines 
tor Yuildins another section of th orn je Ansisting of 179 miles of Vine to 
serve, G52 me eer ‘The pou 


ees Dials UROLAS 
Fastest aaa 


Agteen, Supt., 


Slectric Cooperative, Ba 
Visconsin Devclonment Authority, Madisen, 

aes © contract to Hrnltz Zrethers Electric Co., Chinnewa Falls, Wisc. 
another section of the “Faject, Sistine af 25d 


Fn ene Ee ays ERI A nein ama ae 
Se Prewsucctssful bia wes $15 


Rite ™m, 


MING 3 SAGMCONTS Tha Riverton Vn lley Dlectric Asssciation, Inc., Riverton, Wyo. 
ile) ou Pandaieh), Suot., and Walben Ww. Flora, Cheyenne, «y7o,, Enzineer). 
ei nct t> the Denovan Constructicn Cno., St. Foul, Minnosata, for 


wo 


Mfoyeet, consistins cf 133 miles of line te serve 200 momhbers. 


has 


L 1s 
s enii. 4, Flora, Choyen eer) has awarded a contract 
to the Inland Constructicn BOs “Onan, MN dine the cn oro ject, 


nz of 162 miles of line tn servo 
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DEPARTMENT OF AGRICULTURE 
RURAL ELECTRIFICATION ADMINISTRATION 


CONSTRUCTION REPORT NO. 50. DECEMBER 8, 1939 


This bulletin announces construction contracts approved between 
October 25 and December 6, 1939: 


ARKANSAS 27 OUACHITA: The Ouachita Rural Electric Cooperative Corp,, Camden, 
Arkansas (W. T. Slaughter, Supt., and Ray W. Chanaberry, Inc., Louisville, Ky., 
Engineer) has awarded a contract to the Ziegler Construction Co., Nashville, 
Tennessee, for building the entire project, consisting of 136 miles of line to 
serve 317 members. The successful bid was $71,713. 


GEORGIA 68 GRADY: The Grady County Blectric Membership Corp., Cairo, Georgia 

CN. We Stenrils, wapt., and &, P. Mclean, Moultrie, Georgia, Engineer) has awarded 
& contract to H.°9E. Nelson Construction Co., Atlanta, Georgia, for building 
another section of the project, consisting of 94 miles of line to serve 224 members. 
The successful bid was $48,036. 


GEORGIA 91 LAURENS: The Oconee Electric Membershinv Corp., Dudley, Georgia (George 
C. Ingram, Supt-., and J. B. McCrary Engineering Corp., Atlante, Georgia, Enginecr) 
has awarded a contract to the Miller Baxter Co., Indianapolis, Indiana, for build- 
tie Vaeventire project, consisting of 225 milos of line to serve 708 members, 

The successful bid was $129,077. 


ILLINOIS 30 ADAMS: The Adams Electric Cooperative, Quincy, Illinois (Clate Cox, 
Supt., and George D. Simpson, Quincy, Illinois, Engineer) has awarded a contract 
to the Monroe Electric Co., Chicago, Illinois, for building another section of 
the project, consisting of 154 miles of line to serve 287 members. The success- 
ful bid was $109,219. 


INDIANA 11 WARREN: The Warren County Rural Electric Membership Corp., Williamsport, 
Indiana (Lec Rhode, Supt., and Indiana Statewide REMC, Indianawolis, Indiana, 
Engineer) Has awarded a contract to the Miller Construction Co., Indianapolis, 
Indiana, for building another section of the project, consisting of 163 miles of 
line to serve 485 members. The successful bid was $115,862. 


INDIANA 70 WHITE: The White County Rural DGlectric Membership Corp., Monticello, 
Indiana, (i. R. Ulerich, Sunt., and Lennox and Matthews, Indianapolis, Indiana, 
Engineer) has awerded a contract to the Palmer Construction Co., Reedsburg, 
Wisconsin, for building the entire project, consisting of 460 miles of line to 


serve 1,498 members. The successful bid was $333,839. 


INDIANA 72 CLARK: The Clark County Rural Electric Membership Corp., Sellersburg, 
Indiana (Paul I. Smith, pupt., end Putnam and Woolpert, Dayton, Ohio, Engineer) 


has awarded a contract to Paul L. Gilmore, Columbus, Ohio, for building the 
entire project, consisting of 643 members. The successful bid was $162,927. 


INDIANA 87 STARK: . The Kankakee Valloy REMC, Wanatah, Indiana (Arnold H. 
Christianson, Supt., and Putnam and Woolpert, Dayton, Ohio, Engincer) has owarded 
a contract to Carney end Tombauzh, Rochester, Indiana, for building the first 
Section Of the project, consisting of 189 miles of line to serve 4435 members. 

5 4s 
The successful bid was $127,739. 
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The successful bid was $23,839. 
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~Ovf 16 MONONA: The Monona County Rural Electric Cooperative, Onawa, Iowa 

Cs tans McKelvy, Supt., and A. S. Harrington, Engineer) has awarded a contract to 
Jensen and Krage, Sioux Gity, Iowa, for building another section of the project, 
consisting of 160 miles of line to serve 297 members. The successful bid was 
$95,458, 


TOWA 26 SHELBY: The Nishnabotna Valley Rural Electric Cooperative, Harlan, Iowa 
‘Oe Wilson, Supte, and H. H, Henningson, Omaha, Nebraska, Bneincer) has awarded 
& contract to the Ferguson and Dichl Construction Co., Jefferson, Iowa, for 
building another section of the project, ror aoa of V4) miles of Line Te 
serve 2cvce members. The successful bid was $82,21 


IOWA 56 POWESHIEK: The T,I.P. Rurel Eloctric Coonerntive, Brooklyn, Iowa (Irvin 
L. Nervig, Supt., and K. R. Brown, Des Moines, Enrincer) has awarded a contract to 
the Eberhard Construction Co., Guttenburz, Lows, for building another section of 
Ehe project, consistinz of 251 miles of Line to serve 497 members. The successful 
bid was $154,534 


10Wa 61 CHEROKEE: The Cherokee County Rural Electric Cooperative, Cherokse, Iowa 
(Thomas G. Dull, Acting Supt., and Buell and Winter, Sioux City, Iowa, Engineer) 
has awarded a contrect to the Honk Construction Co., Des Moines, Iowa, for build- 
amnz anouner section of the project, consisting of 114 miles of lime to serve some 
265 Members. The successful oid was $73,745, 


KaNSaS 13 BRCWNs The Brown-Atchison Electric Cooperative.Ass'n, Inc., pian’ 
ansas (Edward E, Dorssom, Supt., and H. H. Henningson, Omaha, Nebraska, Engine or) 
has awarded a contract to the Inland Construction On., Omaha, Nebraska, eae puild- 
ing another section of the project, consisting of 90 miles of line to serve 12 
members. The successful bid was $53,249. 


KENTUCKY 23 TAYLOR: The Taylor County Rural Electric Cooporative Corp., Campbells- 
ville, Kentucky (Ferrill Grensory, supt., and Pat. M. Sullivan, Gallatin, Tennee 
Bici nest has ewarded a contract to W. i Smith, Louisville, Kentucky, for uyiddine 


CuWele 
another section of the project, consisting of 36 miles of line to serve 88 members. 


MINNESOTA 35 3ROWN: Tho Brown County Rural Gloctrical Association, Sleepy Hye, 
Minnesota (Hillman Rosseth, Supt., and George Teus, Minneapolis, Minn., Rnei ineor) 
Nes awarded @ contract to L. A. Bumgardner and Co., St. Peul, Minn., for building 
another securon of the project, ennsistin nz of 144 miles of line to serve 315 


members. The successful bid was $383,282. 


MINNESOTA 62 WRIGHT: The Wrigzht-Hennevin Cooperative Electric Assaciation, Maple 
Lake, Minnesota (Id ward He elebiska; Supt., and H; A. Bliss, Minneapolis; Minn., 
Engineer) has awarded a alee 40 by. W. Wylie, St, Peul, Minnesnita, for building 
another section of th AG ting of Leg miles of line to serve’ S20 
members. The Bee ceca tal Bia was $96,601. 


MISSOURI 37 BATES: The Osace Valley Electric Cooverative Association, Butler 
Missouri (#. C, Westhoff, Supt., and Black and Veatch, Kanses City, Missouri, 
Enzineer) Mes everted a contract to tho Midland Constructors, Inc,, Chicago, 
tilinois, for building another section of the project, consisting of 114 miles 
of line to serve 204 members. The successful bid was $69,797, 


See 


MONTANA 17 ROSEBUD: The Mid-Yellowstone Electric Gooperative, Inc., Hysham, 
Montana (John Grierson, Supt., and John W. Hall, Enzineer) has awarded a contract 
to Ds M, Manning, Hysham, Montana, for building the entire project, consisting of 
69 miles of line to serve 235 members. The successful bid was $91,388. 


NORTH CAROLINA 27. DAVIE: The Davie Electric Mutual Cooperative, Mocksville, N. Ces 
. GC. Jones, Supt., ‘end B. 0. Vannort, asheboro, N. C., Dngineer) has awarded a 
contract to E. C. Bridges, Heath Springs, South Carolina, for building another 


sectinn or the project, consisting of 135 miles of line to serve 500 mombors. 
Tho successful bid was $92,400. 


CHIC 86 GUERNSEY: The Guernsey-Muskingum Electric Cooperative, Inc., New Concord, 
Onico (H. B. Smith, Supt., and Putnam and Woolpert, Dayton, Ohio, Engineer) has 
awarded #.contract to the Paul L. Gilmore Gos, Columbus, Ohio, for building 


c 

another section of the project, consisting of 166 miles of line to serve 582 
m 
a 


members. The successful bid was $119,833. 
SEL ES A CRAWFORD The Northwestern Rural Electric Cooperative Ass'n, 
coca Bein ennsylvania aon V. Hecker, Supt., and Gibbs and Hill, Inc., Pa. 


Statinn, — ork ULty, Sncvinoeer) 

ion and Eneincering Corp,. of Ohio for sf 
consisting of 138 miles of line ta serve 5 
$95,210, 


’ 
has awerded e cantract to the Superior Construc- 
ding another section of the project, 
22 members. The successful bid was 


PENNSYLVANIA 6 INDIANA: The Southwest Central Rural Blectric Conperative Corp., 


cela Penns) ‘lvanin (S. J. Orange, Subty, and Gibbs and’ Fidd,! Ines; New York city, 
Reinga has ewerded a Bg ace te the # RR. Cutraw. Co, , Columbus, Oniog Tor 


ered 


Gia another sectinn of the project, consisting of 110 miles of line to serve 
260 members. The successful bid “as $79,805. 


SOUTH CAROLINA 21 LANCASTER: The Lynches River Electric Cooperative, Inc., Pageland. 
South i aCe oe Ceuthen, Supt., and J. B. McCrary Engineering Co., Atlanta 
Georgia, Inzin< -er) has awarded a centract to the William Muirhead Construction ee 
Darham, North eee for building ia entire project, consisting of 267 miles 

of line te serve 702 members, The successful bid was $149,805. 


SOUTH CAROLINA 22 FATESTELD: The Fnirficld Electric Cooperative, Inc., Winnsboro, 
South Carolina (E. V. Lewis, Supt., and J. B. McCrary Engineering Corp., Atlanta, 
Goorzia,) has ce e, contract to J. B. Britton, Sumter, South Carolina, for 

building the entire project, consisting of 150 miles of line to serve 548 members. 


J ; 
The successful bid was $88,426. 


MAS 68 COOKE: The Conke County Electric Conperative darrian Muenster, 
fexad (J. W. Hess, Pap hss ana J.. H. Flood, Engineer) has awarded a contract to 
a, 8. Morgan and Sons, Waco, Texas, for building another ode elon of the project, 
ermsisting of 95 miles of vee to serve 210 members. The successful bid was 
$50,600. 


TEXAS 100 WASHINGTON: . The Lower Colorado River Blectric Cooperative, Inc., 
Giddings, Toxas (Leo McWilliams, Supt., and Lover Colorado River Authority, 
Enzincer) has ayvardec a contract to the Ainsworth Construction Co., Dallas, 
Terace oor Doliding this project, consisting of 645 wiles of line to serve. 13402 


morbers. The successful bid was $324,920. 


ET eA ear et | ae tS : 
oes eve nisane dt | ofent Be 3 
sian 9 eau ae ett MOR awe ay SD cg mi fi 
vrai Me sie Piof Oh watt Bend bed. pee ra ahi “QBy. gine Mi 
ae Ny ent fort all vets of woe te s9f1m ‘tes to atites resem oro 
Pat a : pest ; lM ied 


goin f bird 


Bas) Bae 


ry *} ei 
J ¥ ira ts ¢ 


; 5 ee ee ee ee fi 
pater) Line ese. Mey ik ofopedas tool. amt 


wae hte: VGH chee End peral-comd par Gee, eee creak On 
AOR Sarh «'s te mane ink, Teme ta old oF Feet 9 HA Parsee 

eS owt. oy’ o 20 cathe Bie Se ides ance. 4 ronh ete alee se 
me Ee ‘oR ABER nies Re a ca i 


De 
§ i 
Py) fe : ToT is Wh ie if a 


7 i 
ae. 
isa 


NL fs sae 


TEXAS 102 JACKSON: The Jackson Electric Cooperative, inc;, LaWard, Texas (Allen 
i. Burditt, cupye, anc Virgil Beavers, Victoria, Texas, Engineer) has awarded a 
contract to the Ainsworth Construction Co., Dallas, Texas, for building the entire 


© phehies consisting of 173 miles of line to serve 435 members. The successful bid 


UTAH 8 DUCHESNE: The Moon Lake Blectric Association, Inc., Mt. Emmons, Utah 


was: S1OR IF 7, 


(Ed E. 
Conklin, Supt., and W. W. Flora, Cheyenne, Wyoming, Engineer) has awarded a contract 
to Homer G. Johnson, Portland, Oregon, for building another section of the project, 


ye 
consisting of 205 miles of line to serve 579 members. The successful bid was $150,405. 


VIRGINIA 29 NELSON: The Central Virginia Electric Cooperative, Lovingston, Virginia, 
(Lewis A. Bress, Supt., and 6. M. Ramsay, Palmyra, Engineer) has awarded a contract 
to the Perkins Barnes Construction Co., Blackstone, Virginia, for building another 

mi 


section of the project, consisting of 59 miles of line to serve 164 members. Ine 
successful bid was $46,023. 


VERMONT 8 WASHINGTON: The Washington Electric Cooperative, Inc., East Montpelier, 

ermont, (Glarke Millen, Sunt and Engineer) has awarded a contract to Day and 
Zimmermangethilacelphia, Pa., for building the entire project, consisting of 53 
miles of line to serve 140 members. The successful bid was $44,384. 


WASHINGTON 8 SFOKANE: The Inland Empire Rural Electrification, Inc., Spokane, Wash., 
(G. H. Bell, Supt., and Charles W. Shouse, Spokane, Wash., Enzineer) has awarded a 
contract to Homer G. Johnson, Portland, Oregon, for building another section of 

the project, consisting of 160 miles of line to serve 190 members. The successful 
bid was $120,306. 


WISCONSIN 41 VERNON: The Vernon County Electric Caoveretive, Westby, Wisconsin 

(N. F. Leifer, Manezer, and N. L. Lundeen, Westby, Wisconsir, Enzineer) has awarded 
e contract to the Donovan Contractinz Co., St. Paul, Minnesota, for building another 
section of the project, consisting of 101 miles of line to serve 200 members, The 
successful bid wes $69,097. 
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